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BILL NO. S-88-10 -/f 
SPECIAL ORDINANCE NO. S- /4 (£ Р 
AN ORDINANCE approving the awarding of 
Reference #1344 by the City of Fort 
Wayne, Indiana, by and through its 
Department of Purchasing and Richard 
Ness Excavating & Trkg. Co., Inc., Ron 
Lunz  Excavating, Inc. and Jackson 
Wrecking Co. for the Safe Housing & 
Building Standards Department. 
NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA; 
SECTION 1. That Reference #1344 between the City of 
Fort Wayne, by and through its Department of Purchasing and 
Richard Ness Excavating .& Trkg. Cos, Inc., Ron Lun2 
Excavating, Inc. and Jackson Wrecking Co. for the Safe 
Housing & Building Standards Department, respectfully for: 
the demolition and lot restoration of 
seven (7) houses/garages for the Safe 
Housing & Building Standards Department; 
involving a total cost of Fourteen Thousand Eight Hundred 
Twenty-Seven and no/100 Dollars ($14,827.00), (Richard Ness 
Excavating.  &. Trkgo.- Co., “Inc. = $10617:00; Ron  Lunz 
Excavating, Inc. - $4365.00; Jackson Wrecking  Co.- 
$3395.00), all as more particularly set forth in said 
Reference #1344 which is on file in the Office of the 
Department of Purchasing, and is by reference incorporated 
herein, made a part hereof, and is hereby in all things 
ratified, confirmed and approved. 
SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all 


necessary approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 


IT ouest WM 


J. Timoth cCaulay,)City Attorney 





BID REFERENCE NO. 1344 
DEMOLITION/LOT RESTORATION 
SAFE HOUSING 


ADDRESS MARTIN ENT 
DEMO LOT 

3530 S. BARR $2,950.00 $300.00 
437 E. DEWALD $6,400.00 $300.00 
2332 GAY $3,250.00 $300.00 
1407 HUGH $3,300.00 $300.00 
322 KILLEA , $935.00 $100.00 
2016 SEDDLEMEYER $5,430.00 $400.00 
720 SUPERIOR $2,950.00 $300.00 
TOTAL: $25,215.00 $2,000.00 
GRAND TOTAL: $27,215.00 


RON LUNZ 


DEMO 


$1,590.00 
$3,990.00 
$2,200.00 
$2,275.00 

$650.00 
$2,250.00 
$1,815.00 


$14,770.00 $1,500.00 


LOT 


$250. 
$175. 
$250. 
$250. 

$75. 
$250. 
$250. 


$16,270.00 


JACKSON WRECKING 


DEMO 


00 $2,200.00 
00 $3,095.00 
00 $2,895.00 
00 $2,686.00 
00 N/B 

00 N/B 

00 $2,395.00 


LOT 


$300.00 
$300.00 
$300.00 
$300.00 
N/B 
N/B 
$300.00 


$14,771.00 


RICHARD NESS 


$2,133.00 
$4,166.00 
$2,133.00 
$2,330.00 

$590.00 
$1,789.00 
$1,955.00 


$200.00 
$200.00 
$200.00 
$200.00 
$100.00 
$200.00 
$100.00 


$13,271.00 $1,500.00 $15,096.00 $1,200.00 


$16,296.00 


INVITATION TO BID 
DEPARTMENT OF PURCHASING 
CITY OF FORT WAYNE, ALLEN COUNTY, INDIANA 
ONE MAIN STREET-ROOM 350 
PHONE 219—427/—1101 


BID OPENING DATE OCTOBER 6, 1988 @ 11:00 АМ BID REFERENCE Ħ 1344 


BIDS SHOULD BE DELIVERED TO DEPARTMENT OF PURCHASING, ROOM 550, 
CITY-COUNTY BUILDING UP TO 11:00 AM ¿DN OR BEFORE 
OPENING DATE. 


SEALED BIDS WILL BE OPENED PUBLICLV AT 11:01 AM IN THE 

BOARD OF WORKS AND SAFETY CONFERENCE ROOM ON THE THIRD FLOOR OF 

THE CITY-COUNTY BUILDING. "NO LATE BIDS WILL BE ACCEPTED AFTER 
11:00 AM FOR ANY REASON WHATSOEVER, ' 


А — ——— 


THIS INVITATION FOR BID IS FOR DEMOLITIONIIANO LOT RESTORATION 


OF ELEVEN STRUCTURES THROUGHOUT CITY OF FORT WAYNE +/- 
AND REQUESTED BY 





PLEASE RETURN THIS FORM AND/OR ANY OF THE OTHER FORMS AS REQUEST- 
ED AND HI-LIGHTED ON THE SHEET OF CONTENTS WITH YOUR SEALED BID. 


X S* BID BOND OF ALL BIDDERS. 


THIS BID REQUIRES 
X 100% PERFORMANCE BOND OF SUCESSFUL 


A 
THIS BID REQUIRES A 





BIDDER(S). 
PROMPT PAYMENT DISCOUNTS WILL BE ALLOWED AS FOLLOWS: VA 
IF PAID WITHIN DAYS. 


THE CITY OF FORT WAYNE IS EXEMPT FROM FEDERAL EXCISE AND INDIANA 
STATE SALES TAX. THE CITY'S INDIANA SALES TAX EXEMPTION CERTIFI- 
CATE NUMBER IS 356-001-255 0013, PRICES SHOULD NOT INCLUDE THESE 


TAXES. 


THE EXECUTION HEREOF BY THE BIDDER IS ACCEPTANCE OF ALL TERMS 
AND CONDITIONS HEREIN AND IN THAT REGARD THE BIDDER AGREES TO BE 
BOUND BY SAME AND BE BOUND TO THE AMOUNT OF HIS/HER BID FOR A 
PERIOD OF NINETY (90) DAVS. 
FIRM Name Martin =nterprises Inc. 
STREET ADDRESS. 2315 Meyer Road 
CITY . Fort Wayne, IN 46806 Eu 
вү < ee PHONE 17-5591 
REPRESENTATIVE SIGNATURE 


Prescribed by the State Board of Accounts Form No, 95 (Revlsed 1987) 


BID, OFFER OR PROPOSAL FOR SALE OR LEASE OF MATERIALS 


(Def Ined at I.C. 56-1-2-9.5) 
(Please type or print) 


Date: 10/6/88 
1. Governmental Unit: City of Fort Jayne 
2. County: Allen 
3. Bidder (Firm): Martin Enterprises Inc. 
Address: PO. Bos: 522 
Clty/State: Fort Wayne, IN 16801 
4. Telephone Number: 447-5591 


5, Agent of Bidder (If applicable): 


Pursuant to notices given, the undersigned offers bld(s) to au of l'ort Vayne (Gov- 
ernmental Unit) In accordance with the following attachment(s) which specify the class or Item number or 
description, quantity, unit, unit price and total amount, 


The contract will be awarded by classes or Items, In accordance with specificatlons, Any changes or 
alterations In the Items specified will render such bid vold as to that class or Item, Bidder promises that 
he has not offered nor recelved a less price than the price stated In his bid for the materlals Included In 
sald bid, Bldder further agrees that he will not withdraw his bid from the office In which It Is filed. A 
certlfled check or bond shall be flled with each bid If required, and Ilabilitv for breach shall be enforce- 
able upon the contract, the bond or certifled check or both as the case may be, s 


` 


STgnature of Bldder or Agent 


BID OFFER OR PROPOSAL 


Attach separate sheet IIsting each Item bid based on specifications published by governing body. 
Followlng Is an example of the bid format: š 


Class or Item Quant! ty Unit Description Unit Price Amount 


NON-COLLUSION AFFIDAVIT 


STATE OF INOIANA ) 
) SS: 
Allen COUNTV ) 


The undersigned bldder or agent, belng duly sworn on oath, says that he has not, nor has any other 
member, representative, or agent of the firm, company, corporation or partnership represented by him, 
entered Into any combinatlon, colluston or agreement with any person relative to the price to be bid by 
anyone at such letting nor to prevent any person from bidding nor to Induce anyone to refraln from bldding, 
and that this bid Is made without reference to any other bid and without any agreement, understanding or 
combInatton with any other person In reference to such bidding. 


He further says that no person or persons, firms, or corporation has, have or will recelve directly 
or Indirectiv, any rebate, fee, gift, commission or thing of value cn account of such sale, 


Bidder (Firm 


Martin Enterprises Inc. 
p PS 


Signature Bidder or Agent 


Subscr!bad and sworn to before me this 6th 


My Commlsslon Exolres: 6/14/92 


County of Resldence: Allen 





' Albert J. Ensley, Jr. 
Notary Public Printed Name 


ACCEPTANCE 


There now belng sufflclent unobligated appropriated funds avallable, the contracting author!ty of 
(Governmental Unit) hereby accepts the terms of the attached bid for 
classes or Items numbered and promlses to pay the undersigned bldder upon delivery the price 
quoted for the materlals stipulated In sald bid, 
Date: 





Contracting Authority Members: 











ч = —— -- — - 


to furnish a bond guaranteeing faithful execution of the, contract, 
in full amount of the contract price, executed by the bidder 
and a surety company admitted to do business in Indiana, on 
the bond form provided or approved by the City. The Performance 
Bond shall contain the following clause: "The said Suretv, 
for value received, hereby stipulates and agrees, that no change, 
extension of the time, alteration or addition to the terms of 
the contract or to the work to be performed thereunder, or the 
specifications accompanying the same, shall in any way affect 
its obligation on this bond, and it does hereby waive notice 
cf any change, 'extension of time, alteration or addition to 
the terms of the contract, or to the work or specification. 


£ ba Councilmanic Approval and Ratification of Contract. 
This agreement, although executed on behalf of the City by cene 
Mayor and the Purchasing Agent shall not be binding upon the 
City unless and until the contract has been ratified and approved 
by the Common Council of the City of Fort Wayne, Indiana. Lf 
the Common Council fails to approve the contract within ninety 
days after the date of bid opening, then the contractor shall 
not be bound to the contract unless he/she/it elects to be so 


bound. 


SCHEDULE 


The contractor agrees to furnish at his/her/its own cost all labor, insurance, 
materials, equipment, and power for the Complete performance of the projects. 


АП work will be performed in accordance with: the IFB, this contract and the 
applicable plans, specifications, and drawings for a TOTAL PRICE $ 42,580.00 ; 
Gf unit prices are applicable, the contractor agrees to perform for those urit prices as 
set forth in the Schedule cf Unit Prices attached hereto.) The supplies shall be 
delivered as follows: 


ОООО M MMC c = UU EE C СЕСИН p Чч 


£ 7  Ligudated Damages Provision This clause wil be applicable to this 
contract if the box contains a checkmark ar an "X", cr if required in specifications. 





LIQUIDATED DAMAGES IN TIME OF PERFORMANCE 
ERY RMANCE 


Actual damages for delays in Completion are impossible to determine. 
Accordingly and as part of the consideration to enter into this transaction, the 
contractor agrees to be liable for also to pay to the City of Fart Wayne the sum of 
$ a day as liquidated damages for each calendar day cf delay past 
the stipulated date cf completion as shown on the Request for Quotation, Contract or 
Purchase Order: Whichever may apply. This payment shall not limit the Citys' right to 
callect other damages. 





Any claim for an extension cf the date cf completion shall be based cn a written 
notice/request delivered to the owner within 5 days of the occurance of the event 
giving rise/to the claim. 

Time of completion may only be altered by written approval from the owner. 

It is hereby agreed by and between the City cf Fat Wayne and contractor that 
time is af essence c£ this agreement and the contractor agrees that it will complete the 
Project as herein that it is a business and governmental necessity that the project be 


completed bv this date. The parties agree that in the event the project is not 
completed by this date that it will be difficult cr impossible to make an accurate 


5-1 


“SPECIFICATIONS : ES 


A. 


L.: The contractor shall, at his/her own expense, secure and 
pay to the appropriate department of the local government, th 
fees or charges for all permits required for demolition, 
sidewalks, sheds, pavement cuts and repaving of streets and 
sidewalks, and all other building, electrical, plumbing, gas 
and sewer permits necessary under the local regulatory body 
or any of its agencies. 


2. Wages paid on the project shall not be less than the scal 
determined bv law. The contractor shall submit weekly, a 
duplicate copv of his/her payroll, for the duration of the 
joo, to the Administrator of Safa Ħousing and Building 
Standards, to substantiate the payment of the wage scale. 


-The contractor shall comply with the applicable laws and 


ordinances governing the disposal o£ materials, debris, 
rubbish and trash on or off the area and shall commit no 
respass on any public or private property in any operation 
due to or connected with the demolition and site Clearance. 


The bidder must state how scon he/she can begin work, after 
the award of the contract. Within 5 days. 


The Safe Housing Enforcement Manager, shall be notified on the 
date of the start of demolition of each structure, and each 
structure shall be removed and site property cleared within 
five (5) calendar days after starting date on that structura. 
For failure to comply, the contractor will pay five percent 
(53) of the bid price per day per parcel as liquidatad damages 
for each day that the work is not completed beyond five (5) 


.days from the beginning of demolition of each structure, 


unless proper written approval of a longer completion period 
is obtained from the Safe Housing Enforcement Departent 
Administrator. 


The contractor hereby agrees to the following details 
regarding the demolizion of the above structures: 


1. Demolish and remove all building and appurtenances 
thereto. After demolition is started the Contractor is to 
work on it continuously until completion unless otherwise 
stated in writing by the Safe Housing and Building Standards 
Administrator. 


2. Maintain control over operations to eliminate hazards to 
area residents. Nails and other tire puncturing items shall 
not be dropped on streets, alleys and adjacent property. 
Existing public streets, curbs and sidewalks shall be 
protected from damage as much as possible. When possible, the 
contractor shall enter the properties to be cleared from the 


PS-lu 


BID REFERENCE 41344 
DEMOLITION AND LOT RESTORATION 


SAFE HOUSING 


LOCATION DEMOLITION ` LOT RESTORATION 
1. 3530 S. BARR HOUSE $ 2,950.00 $ 300.00 
2. 437 E. BEWALD HOUSE $ 6,100.00 $ 300.00 
5. 927 W. DEWALD HOUSE & GARAGE $ 1,300.00 $ 300.00 
4. 2107 GAY STREET HOUSE $ 2,820.00 $ 300.00 
5. 2332 GAY STREET HOUSE & GARAGE $ 3,250.00 $ 300.00 
6. 1407 HUGH STREET . HOUSE $ 3,300.00 $ 300.00 
7. 0522 KALLE GARAGE $ 935.00 $ 100.00 
8. 3514 S. LAFAYETTE ST HOUSE & GARAGE $ 2,975.00 $ 300.00 
9. 523 E. LEITH STREET HOUSE $ 3,970.00 ѕ 300.00 
10. 2016 SEDDLEMEYER AVE HOUSE & ACCESSORY BLDG.$ — 5,430.00 $ 100.00 
Ji.. 720 SUPERIOR STREET HOUSE $ 2,950.00 $ 300.00 


TOTALS $ 29,280.00 $. 2,200.00 


MBE/WBE COMMITMENT FORM 


IHE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO THE MBE/WBE GOALS OF 
THE CITY FOR WORK DONE PURSUANT TO THIS CONTRACT: 


A. 








The undersigned firm certifies that it is an MBE/WBE 
Contractor (cross out inapplicable provision). 


For MBE specifv percentage of minoritv ownership ç. 





For WBE specify percentage of women ownership i. 





The undersigned certifies that they are a joint venture 
in which the following (MBE/WBE) firm 

(cross out inapplicable provision) is a joint venture 
partner. 

The MBE/WBE firm (cross out inapplicable provision), 
shall have 5 participation (employees) t 
participation (costs) in this project. 








Specify the percentage of minority/women ownership in 
the MBE/WBE firm +. (Cross out inapplicable 
provision.) 


The undersigned commits t of the total bid price 35 
a subcontract to minority business enterprise 
participation. The MBE firms, which are proposed as 
subcontractors, are the following: 


NAME OF FIRM ADDRESS TYPE OF WORK 


I^ 


seeding will be contracted to MBE if schedule permits 


А Т 


ЫМ DM АСОИ ee UY e 


L) 


узш Ку а a E a 


The undersigned commits t of the total bid price as 
a subcontract to women business enterprise 
participation. The WBE firms, which are proposed es 
subcontractors are the following: 
NAME OF FIRM ADDRESS TYPE OF WORX 
ds sane 


SUN EC ON Ы ea a all D BUDE. dE a 


35 Harc. — 


OVER 


£. complete (1.) and (2.) below if participation goals of 7% M3z 
and 2% WBE have not been net. 


X My Company cannot meet the participation goals for the 
following reasons: 


All work to be done by in-house personnel 
ОЕШ. нык ie 


ТАС u эшн a уы е с ————————— 
2; We have taken the following steps in an attempt to 
comply with these participation goals: 


MBE's and WBEs used on larger projects. 












Difficult to schedule MBEs and WBEs on projects cf 


short duration. 








(Attach additional sheets as necessary.) 


Contractor: ll in "nterprises Inc. Contractor: 
By: LF ООЛ? By: 


ese President OE ОЛСО АЕ шы 


ATTACHMENT B 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO MINORITY/FEMALE HOURL 
UTILIZATION. 


A. The undersigned firn certifies that it will employ and 
utilize minorities and females and/or will ensure that its 
subcontractors employ and utilize minorities and females, so that 
minorities and females will work at least 20 $ of the total hours 
worked on this project. 


B. Complete (1) and (2) below if the hourly utilization figure 
set forth in "A" is less than 171. 





Ls My Company and its subcontractors cannot meet the 17% 
minimum hourly utilization figure for the following 
reasons: 
a чы REAR ыла ныл a 
TR BEL Sas ш, RA ae SOC ENS, "үү METS RCs Aen кылыы a СИВИ al 
BP РЕВ eee eRe > Ai AS cy SSSR CRI AM SU aE dett 
ре т. су КОВО ВОТ aC GNU: cel osa жык IRE A A сууы. 

2. My Company has taken the following steps in an attempt 


to comply with the 17% hourly utilization figure: 


————————— 


(Attach additional sheets, if necessary.) 


CONTRACTOR: Martin Snterprises Inc. 





Its: President 


ATTACHMENT C 
CERTIFICATION OP BIDDER/VENDOR 


The undersigned, on behalf of Martin Enterprises Inc. ' 
, does hereby make the following representations 
to the City of Fort Wayne, Indiana. 
: WHEREAS, it is acknowledged that the Common Council 
of the City of Fort Wayne, Indiana, has passed an ordinance con- 
demning the apartheid policies of the country of South Africa; 
WHEREAS, Council's ordinance requires that all persons, 
firms or corporations submitting bids to the City, for goods and 
services, certify, as part of the bid, that such entity dose mat 
support the policies of apartheid in Sóuth Africa. 
The undersigned states, on behalf of - 


Martin Enterprises Inc. ; that it 





does not support or endorse the policy of apartheid in South Africa. 
IN WITNESS WHEREOF, this Certification has been signed 


this 6th — day of October 4 $9990 


Martin Enterprises Ific. 
(Name of Bidder/Vendor) 


CAD 
—— President 


Name and Tj le of Person Signing) 






vill VOT гмаха VV £A | NG 


AFFIRMATIVE ACTION PROGRAM 


Martin Enterprises Inc. 


Name of Company. 





Add Š P.O. Box 522 Citv Fort Wayne, IN 
Zo A phené ee a 


Identify by title and name the highest official within the facilitv who has the overall 
responsibility for the impiementation of the Equal Employment Opportunity and Affirmative 
Action Progrom. 


Tim Hartin President 


Ti 
PLEASE PRINT JA 


Does your firm have a written Affirmative Action Progrom 7 x Yes No 








A. |f so, and it contains cnswers to the questions asked in this program, attach c сору 
ana sign the Written Statement of Company Policy. 


B. If not, do you accapt the following program in meeting the requirements of the City 


of Fort Wayne? < Yes No 





PLEASE KEEP IN MIND THAT FAILURE TO COMPLETE ALL SECTIONS OF THIS 
DOCUMENT WILL RESULT IN YOUR PROGRAM BEING REJECTED. 


2. .Will your firm make every effort to increcse employment of minorities at dil levels cf its 
workforces with particular emphcsis to categories where few, if any, minority people аге 
employed ? i Yes No 














3. Current number cf empiovees — 122 —— 
Number cf emoloyees as of October 1987 January 1988... April 1988 
and July 1988. 
4 Workforca Analysis: EMPLOYEES 87 RACE/ETHNICITY/SEX 
JO8 WAGE RATE OR | meu WEN TL OTHER 
mAsamcarion | вдач. RANGE | TOU NW Te (we ie EI tel em 
Office | E spas Б | 
MI РИНЕ | 
Construction | | 62 | 6 |5 | | 
|1 


| 
| 
| 
Lobo: 
pu 
| 
| 


Handicapped: ____Yes No List Number 123 
B- Black (not of Hispanic Origin) H — Hispanic (all persons of Mexican, Puerto Rican, Cuban, 


Cantral or South Americen, or other Spanish culture of origin) AL, AN - American Indian or Alaskan 
Native AP! - Asian or Pacific Islanders F- Females 


— — 


OVER t 








& If total minonty empiovment is less than 20% give reasons why. ( Do nct include 


Females when you figure mincrity employment percentages. ) 
lack of qualified minoritv anolicants 


ee 
—  À———— ——— eee 

6. List minority, recruitment sources: 
inċiana Stave zmployment Service 



















Allen County York Release Progran 
7 Coes your company anticipate an increcse in employment this year? Yes X No 
Approximately how тапу 2 











& What specific goais can you achieve for the employment of minorities during 1987-88? 


Officials and Menagars a us lU аагар, 
professi onqdis i c R kem 
Techniciens — -—8— % 
Sales Workers _———————-— Ya 
Offics and Clerical meme %e 
Skilled Crottsmen —_ U U U Ye 


Qther — UU UU UU UU uu —— v^ 


m > 


э mmon 


9. WRITTEN ATEMENT QF COMPANY ICY 


` Martin Enterprises Inc. that Equal 


It is the policy cf 
Employment Opportunity be afforded to all qualified persons without regard to race, 
sex, religion, color or national origin. In support of this policy 
. Martin Enterprises Inc. will not discriminate agcinst any employee or 
applicant for employment because of reca, religion, sex or national origin. The 
company will take affirmative octicn to insure that applicants 
are employed and that етсісуевз are treated during employment without regard 10 their 
raca, religion, color, sex or national origin. Such action will include but not be limited 
to: recruitment, advertising or solicitation for employment hiring, placament , upgroding, 
‘transfer or demotion, selection for training including apprenticsship rates of pay or 


other forms of compenscticn, layoffs or termination. 


Martin Zwterprises Inc. 10/6/88 
| 2 cta 


Nome of moony or rirm 


CA Lus 
(f £ 
Signature cf Higħest Com 











í——-m .O 


pany Official 





Tim Martin President 
Name and Title of Signer (Plecse type or Print) 


$39V1H32H3d 
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ATTACHMENT E 


CERTIFICATION OF NON-SEGREGATED FACILITIES 


Each Bidder is required to file a fully executed 
Certificate of Non-Segregated Facilities once a year. 


CERTIFICATION OF NON-SEGREGATED FACILITIES 


The Bidder certifies that he does not maintain or 
provide for his employees any segregated facilities at any of 
his establishments, and that he does not permit his employees 
to perform their services at any location, under his control, 
where segregated facilities are maintained. The Bidder 
certifies further that he will not maintain or provide for 
his. employees any segregated facilities êt any ОТ. his 
establishments and that he will not permit his employees to 
perform their services at any location under his control 
where segregated facilities are maintained. The Bidder 
agrees that a breach of this certification will be a 
violation of the Equal Opportunity clause in anv contract 
resulting from acceptance of this bid. As used in this 
certification, the term "segregated facilities" means any 
waiting room, work area, restrooms and washrooms, restaurant 
or dressing areas, parking lots, drinking fountains, 
recreation or entertainment areas, transportation and housing 
facilities provided for employees which are segregated by 
explicit directive oc are in fact segregated on the basis of 
race, color, religion, or national origin, because of habit, 
local custom, or otherwise. The Bidder agrees that (except 
where the Bidder has obtained identical certification froa 
proposed subcontractors for specific time periods) he will 
obtain identical certification froa proposed subcontractors 
prior to the award of subcontracts exceeding $10,000 which 
are not exempt from the provisions of the Equal Opportunity 
clause and that he will retain such certifications in his 


files. 


NOTE: THE PENALTY FOR MAKING FALSE STATEMENTS IN OFFERS IS 


PRESCRIBED! IN 18 U.S.C. 1001. . 
Date: October 6, ; 1989. 


Martin 'nterrrises Inc 
Name of Bidder 


— er 


By: ee 


Title: President 





Official Address: (including zip code) 


POS Box 522 





ly 





Fort Hane, IN 





BID BOND 


BOND NUMBER 


KNOW ALL MEN BY THESE PRESENTS: 











Dollars, 


lawful money of the United States, for the payment of which sum, well and truly to be made, we bind ourselves, our heirs, executors, 





administrators, successors and assigns, jointly and severally, firmly by these presents. 


WHEREAS, the said Principal is herewith submitting its proposal 





Demolition of Eleven Structures 


THE CONDITION OF THIS OBLIGATION is such that if the aforesaid Principal shall be awarded the contract the said Principal will, within the 





time required, enter into a formal contract and give a good and sufficient bond to secure the performance of the terms and conditions of 
the contract, then this obligation to be void; otherwise the Principal and Surety will pay unto the Obligee the difference in money between 


the amount of the bid of the said Principal and the amount for which the Obligee legally contracts with another party to perform the work 





if the latter amount be in excess of the former, but in no event shall liability hereunder exceed the penal sum hereof. 





October 6, 1988 


Signed, sealed and delivered 
(Date) 


YASTE, ZENT & RYE AGENCY, INC. 





Contract 11 (Revised) (1-74) X 


H : CERTIFIED COPY 


GENERAL POWER OF ATTORNEY 
No.........97796 


Know all Men by these Presents: 
That UNITED STATES FIDELITY AND GUARANTY COMPANY, a corporation organized and existing under the laws of the 
State of Maryland, and having its principal office at the City of Baltimore, in the State of Maryland. does hereby constitute and appoint 


Gerald A. Dahle, John J. Pikel, Donald T. Belbutowski and Diane T. Green 


of the City of Fort Wayne . State of Indiana К 
its true and lawful attorneys іп and for the State of Indiana с" 


for the following purposes, to wit: 

To sign its name as surety to, and to execute. seal and acknowledge any and all bonds, and to respectively do and perform any and 
all acts and things set forth in the resolution of the Board of Directors of the said UNITED STATES FIDELITY AND GUARANTY 
COMPANY, a certified copy of which is hereto annexed and made a part of this Power of Attorney; and the said UNITED STATES 
FIDELITY AND GUARANTY COMPANY, through us, its Board of Directors, hereby ratifies and confirms all and whatsoever XBEXSEHIX 
anyone of the said Gerald A. Dahle and the said John J. Pikel and the said Donald T. 


Belbutowski and the said Diane T. Green 


may lawfully do in the premises by virtue of these presents. 
In Witness Whereof, the said UNITED STATES FIDELITY AND GUARANTY COMPANY has caused this instrument to be 


sealed with its corporate seal, duly sitesied by the signatures of its Vice-President and Assistant Secretary, this 27th day of 
November , A. D. 19 85 . 
P DE Pu Кы; i š ЭЦА и А . UNITED STATES FIDELITY e» Peruse pid COMPANY, 
(Signed) by. Ms, Bradley, Wallace i. UI AM В 
a xg ç -14 7 Vice-President. ' 
(SEAL) wa M » ty 2 pris irum . ji 
: (Sinod) €" SX UOI WE, erie y о s 2 
Bee т : VU Bess Mes : Assistant Secretarv. 
STATE OF MARYLAND, | HOM 
ss: 
BALTIMORE CITY, 
On this 27th day of November , A. D. 1985 , before me personally came 
W. Bradley Wallace Vice-President of the UNITED STATES FIDELITY AND GUARANTY 
COMPANY and John A. Umberger genio , Assistant umo of said Company, with both of 
whom. I am. personally acquainted, who being by me severally duly sworn, said that P. the said . Bradley Wallace 
and Jobn A. - were respectively the Vice-President and the Assistant ees: of. the said UNITED 


STATES FIDELITY AND GUARANTY COMPANY, the corporation described in and which executed the foregoing Power of Attorney; ` 
that they each knew the seal of said corporation; that the seal affixed to said Power of Attorney was such corporate seal, that it was 
so fixed by order of the Board of Directors of said corporation, and that they signed their names thereto by like order as Vice-President 
and Assistant Secretary, respectively, of the Company. 


My commission expires the first day in July, A. D. 19 96.. NE b 
Margaret M. Hurst 


(SEAL) Donec : iue CS toned iain codes cop I EU Md D rr ERE in U E 
al 3 : M p: Е Notary Public. 
STATE OF MARYLAND | | i ` 1 
ct. 
BALTIMORE CITY, : ОУ : 
L Saundra E. Banks Ë $ , Clerk of the Circuit Court for Baltimore City, which Court is a 
Court of Record, and has a seal, do hereby certify that Margaret M. Hurst , Esquire, beiore 


whom the annexed affidavits were made, and who has thereto subscribed his name, was at the time of so doing a Notary Public of the 
State of Maryland, in and for the City of Baltimore, duly commissioned and sworn and authorized by law to administer oaths and take 
acknowledgment, or proof of deeds to be recorded therein. I further certify that l am acquainted with the handwriting of the said 
Notary, and verily believe the signature to be his genuine signature. : 

In Testimony Whereof, I hereto set my hand and affix the seal of the Circuit Court for Baltimore City, the same being a Court 


of Record, this 27th day of November , A. D. 1985 


(SEAL) (Simed |. .:...Saumdra E. Banks +  . 
Clerk of the Circuit Court for Baltimore City. 


PRINTER 
1м 
usa 
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COPY OF RESOLUTION. 


That Whereas, it is necessary for the effectual transaction of business that this Company appoint agents and attorneys with power 
and authority to act for it and in its name in States other than Maryland, and in the Territories of the United States and in the Provinces 
and territories of Canada; 

Therefore, be it Resolved, that this Company do, and it iu» does, authorize and empower its President or either of its Vice- 
Presidents in conjunction with its Secretary or one of its Assistant Secretaries, under its corporate seal, to appoint anv person or persons 
as attorney or attorneys-in-fact, or agent or agents of said Company, in its name and as its act, to execute and deliver any and all contracts 
guaranteeing the fidelity of persons holding positions of public or private trust, guaranteeing the performances of contracts other than 
insurance policies and executing or guaranteeing bonds and undertakings, required or permitted in all actions or proceedings, or by law 
allowed, and 

Also, in its name and as its attorney or attornevs-in-fact, or agent or agents to execute and guarantee the conditions of any and all 
bonds, recognizances, obligations, stipulations, undertakings or anything in the nature of either of the same, which are or may by law, 
municipal or otherwise, or by any Statute of the United States or of any State or Territory of the United States or of the Provinces or 
territories of Canada, or by the rules, regulations, orders, customs, practice or discretion of any board, body, organization, office or officer, 
local, municipal or otherwise, be allowed, required or permitted to be executed, made, taken, given, tendered, accepted, filed or recorded 
for the security or protection of, by or for any person or persons, corporation, body, office, interest, municipality or other association or 
organization whatsoever, in any and all capacities whatsoever, conditioned for the doing or not doing of anything or any conditions which 
may be provided for in any such bond, recognizance, obligation, stipulation, or undertaking, or anything in the nature of either of the same. 

^1, James M. Carroll rA ., „an Assistant Secretary of the UNITED STATES FIDELITY AND 
GUARANTY COMPANY, do hereby certify «hat the quU MM is &-full true and correct copy of the original power of attorney given 
by said Company to © Gerald A. Dahle, John J. Pikel, Donald T. Belbutowski and Diane T. 
Green pz 1 m <a T : 


of Fort Wayne, Indiana , authorizing and empowering them to sign bonds as therein set 
forth, which power of attorney has never been revoked and is still in full force and effect. s. 

And I do further certify that said Power of Attorney was given in pursuance of a resolution adopted at a regular meeting of the 
Bosrd cf Directors of said. Companv, dulv called and held at the office of the Companv in the Citv of Baltimore, on the 25th dav of 
November, 1981, at which meeting a quorum of the Board of Directors was present, and € the ili is a true and correct copy of said 


resolution, and the whole thereof as recorded in the minutes of said meeting. 
In Testimony Whereof, 1 have hereunto set my hand and the seal of the UNITED STATES FIDELITY AND GUARANTY 


COMPANY on October 6, 1988 etm 8 t 
: (Date) ^ Sui. We c ARMOR 


woe eee... ............................................ ......... 


Assistant Secretary. 





INVITATION TO BID 
DEPARTMENT OF PURCHASING 
CITY QF FORT WAYNE, ALLEN COUNTY, INDIANA 
ONE MAIN STREET-ROOM 350 
PHONE 219-427-1101 


BID OPENING DATE OCTOBER 6, 1988 6 11:00 АМ BID REFERENCE # 1344 


BIDS SHOULD BE DELIVERED TO DEPARTMENT OF PURCHASING, ROOM 350, 
CITY-COUNTY BUILDING UP TO 11:00 AM sON OR BEFORE 
OPENING DATE. 


SEALED BIDS WILL BE OPENED PUBLICLY AT 11:01 AM IN THE 

BOARD OF WORKS AND SAFETY CONFERENCE ROOM ON THE THIRD FLOOR OF 

THE CITY-COUNTY BUILDING. "NO LATE BIDS WILL BE ACCEPTED AFTER 
11:00 AM FOR ANY REASON WHATSOEVER. " 


THIS INVITATION FOR BID IS FOR  DEMOLI TIONI АМ LOT RESTORATION 


OF ELEVEN STRUCTURES THROUGHOUT CITY OF FORT WAYNE -/- 
AND REQUESTED BY 


PLEASE RETURN THIS FORM AND/OR ANY OF THE OTHER FORMS AS REQUEST- 
ED AND HI-LIGHTED ON THE SHEET OF CONTENTS WITH YOUR SEALED BID. 


THIS BID REQUIRES A X S* BID BOND OF ALL BIDDERS. 
THIS BID REQUIRES à X 100% PERFORMANCE BOND OF SUCESSFUL 


BIDDER(S). 


x 


PROMPT PAYMENT DISCOUNTS WILL BE ALLOWED AS FOLLOWS: 
IF PAID WITHIN DAYS. 


THE CITY OF FORT WAYNE IS EXEMPT FROM FEDERAL EXCISE AND INDIANA 
STATE SALES TAX. THE CITY'S INDIANA SALES TAX EXEMPTION CERTIFI- 
CATE NUMBER IS 356-001-255 0013, PRICES SHOULD NOT INCLUDE THESE 


TAXES. 


THE EXECUTION HEREOF BY THE BIDDER IS ACCEPTANCE OF ALL TERMS 
AND CONDITIONS HEREIN AND IN THAT REGARD THE BIDDER AGREES TO BE 
BOUND BY SAME AND BE BOUND TO THE AMOUNT OF HIS/HER BID FOR ñ 


PERIOD OF NINETY (90) DAYS. | 
. FIRM МАМЕ kan Lyne = 
SUSHI as 222 eru 
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Of. signing the contract will be required, at his own expense, 
to furnish a bond guaranteeing faithful execution of the contract, 
in full amount of the contract price, executed by the bidder 
and a surety company admitted to do business in Indiana, on 
the bond form provided or approved by the City. The Performance 
Bond shall contain the following clause: "The said Surety, 
for value received, hereby stipulates and agrees, that no change, 
extension of the time, alteration or addition to the terms of 
the contract or to the work to be performed thereunder, or the 
specifications accompanying the same, shall in any way affect 
its obligation on this bond, and it does hereby waive notice 
cf any change, 'extension of time, alteration or addition to 
the terms of the contract, or to the work or specification. 


£ P3 Councilmanic Approval and Ratification of Contract. 
is agreement, although executed on behalf of the City by tne 
Mayor and the Purchasing Agent shall not be binding upon the 
City unless and until the contract has been ratified and approved 
by the Common Council of the City of Fort Wayne, Indiana. EE 
the Common Council fails to approve the contract within ninety 
days after the date of bid opening, then the contractor shall 
not be bound to the contract unless he/she/it elects to be so 


bound. 


IV-ILVULL 
——— 


The contractor agrees to furnish at his/her/its own cost all labcr, insurance, 
materials, equipment, and power for the complete performance of the projects. 


АП work will be performed in accordance with: the IFB, this contract and the 
applicable plans, specifications, and drawings for a TOTAL PRICE $ š 
(if unit prices are applicable, the Contractor agrees to perform for those unit Prices as 
set forth in the Schedule of Unit Prices attached hereto.) The supplies shall be 
delivered as follows: 


} ТИИ ERAS. 6 OCR CRE Ee ee A a ЗН 


£ 7  Ligudated Damages Provision This clause will be applicable to this 
contract if the box contains a checkmark ar an "X", ar if required in specifications. 








LIQUIDATED DAMAGES IN TIME OF PERFORMANCE 
EY RMANCE 


Actual damages for delays in completion are impossible to determine. 
Accordingly and as part of the consideration to enter into this transaction, the 
contracter agrees to be liable for also to pay to the City of Fart Wayne the sum of 
$ а day as liquidated damages for each calendar day of delay past 
the stipulated date of completion as shown on the Request fcr Quotation, Contract or 
Purchase Order; Whichever may apply. This payment shall not limit the Citys' right to 
collect cther damages. 





Any claim for an extensicn cf the date of completion shall be based cn a written 
notice/request delivered to the owner within 5 days of the occurance of the event 
giving rise/to the claim. 


Time of completion may cnly be altered by written approval from the owner. 


It is hereby agreed by and between the City of Fart Wayne and contractor that 
time is of essence of this agreement and the contractor agrees that it will complete the 
project as herein that it is a business and governmental necessity that the project be 
completed by this date. The parGes agree that in the event the project is nct 
completed by this date that it will be difficult cr impossible to make an accurate 
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deter mnaqon of the damages that would be incurred by the City of Fart Wayne, ànd 
therefore provide for liquidated damages in the sum of $ per dav asa 
reasonable estimate as to the damages which would be incurred by the City of Fort 
Wayne. The parties further agree that causes beyond the control of the contractor 
may delay the completion date. Therefore, the parties agree that delays in the 
completion date beyond the contral cf the contractor Shall not result in the liquidated 
damages. 


Delays beyond the contral af the contractor can include but are not necessarily 
limited to, the following: Acts of God, strikes, lockouts cr industrial disturbances, acts 
of public enemies, restraining orders cf any kind by the government of the United States 
of America cc the Government of any state cr any of their departments, agencies, cx 
officials, сє any civil ar military authority, insurrections, riots, landslides, earthquakes, 
fires, incapacitating storms, floods, and explosions. 


OPTIONAL RENEWAL 
= ES D 


/. / By mutual agreement between the City of Fart Wayne and the supplier, 
the contract period may be extended for an additional period not to exceed cne (1) 
year. However, the agreement to extend must be completed in writing not less than 
fifteen (15) days prior to expiration date. The contract may be extended only at the 
same price and under the same conditions governing the original contract. 


INSPECTION AND ACCEPTANCE 


Inspection and acceptance shall be conducted by the persons named below. Only 
these persons will have the authoritv to accept ar reject the bids. In the event the 
individual cr individuals listed below are no longer employed by the City cc are no 
longer employed in the position stated, the person сє persons assuming their positions 
will be responsihle for the acceptance cc rejection. 


NAME TITLE 
Tom Morgan (219) 427-1324 Administrator Safe Housing 
——————————MÉÉÉÓ2 —Mministrator Safe Housi 
2 r G LE 219 -7707 Dr? HN np TOR 


Any questions pertaining to the Bid Package itself, should be directed to: 


(219)427-1101 


DOTTIE HANNEMAN SUPERVISOR 


S=2 





l. The contractor shall, at his/her own expense, secure and 
pay to the appropriate department of the local government, tk 
fees or charges for all permits required for demolition, 
sidewalks, sheds, pavement cuts and repaving of streets and 
sidewalks, and all other building, electrical, plumbing, gas 
and sewer permits necessary under the local regulatory body 
or any of its agencies. 


2. Wages paid on the project shall not be less than the scal. 
determined by law. The contractor shall submit weekly, a 
duplicate copy of his/her payroll, for the duration of the 
job, to the Administrator of Safe Housing and Building 
Standards, to substantiate the payment of the wage scale. 


Tàe contractor shall comply with the applicable laws and 


ordinances governing the disposal of materials, debris, 


rubbish and trash on or off the area and shall commit no 
respass on any public or private property in any operation 
due to or connected with the demolition and site clearance. 


The bidder must state how soon he/she can begin work, after 
the award of the contract. Within days. 


The Safe Housing Enforcement Manager, shall be notified on the 
date of the start of demolition of each structure, and each 
structure shall be removed and site property cleared within 
five (5) calendar days after starting date on that structure. 
For failure to comply, the contractor will pay five percent 
(53) of the bid price per day per parcel as liquidated damages 
for each day that the work is not completed beyond five (5) 


.days from the beginning of demolition of each structure, 


unless proper written approval of a longer completion period 
is obtained from the Safe Housing Enforcement Departent 
Administrator. 


The contractor hereby agrees to the following details 
regarding the demolition of the above structures: 


l. Demolish and remove all building and appurtenances 
thereto. After demolition is started the Contractor is to 
worx on it continuously until completion unless otherwise 
stated in writing by the Safe Housiag and Building Standards 
Administrator. 


2. Maintain control over operations to eliminate hazards to 
area residents. Nails and other tire puncturing items shall 
not be drooped on streets, alleys and adjacent property. 
Existing public stzreets, curbs and sidewalks shall be 
protected from damage as much as possible. When possible, the 
contractor shall enter the properties to be cleared from the 
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protection of the public. Warning signs shall also be placed 
The contractor shall plan daily operations so that exposed 

basements are filled, if left unguarded, before the end of th 
work day. У 


3. Тһе |basement walls and all other concrete slabs, footings 
sidewalks, steps, etc. shall be removed two (2) feet below 
finished grade. Material used for backfill shall consist 

of solids only, wood content shall not exceed five percent 
(53) and backfill shall be compacted thoroughly. Basement 
floors shall be broken for a minimum of twenty percent (203) 
of floor area uniformly distributed. 


4. All sewer and drain lines shall be cut and plugged by the 
contractor in accordance with Exhibit C and shall be subject 
to inspection. It is the contractor's responsibility to 
Schedule necessary inspections with the Water Pollution 
Control Department. 


5. Procedura for disconnections of water service pipes by 
private jcontractor: 


a. |Contractor shall obtain a right-of-way cut permit 
where applicable from the City Right-of-Way Permit 
Department, Room 780. : 


b, yontractor will.óBtain-location of curb stop(s) from 
Water Maintenance and Service Department to determine 
location(s) for excavation (requires a minimum of twentv- 
four (24) hours advance request). The Water Maintenance 
and Service Department shall send a laborer to locate the 
the jcurb:stop and turn it to the "off" position, 


C. (Contractor shall excavate at the point of disconnect 

from the curd stop, and shall cut the service pipe at a 

point one (1) foot from the curb stop on the side leading 
S 


to the property. If the. service pipe is lead or copper, 
it shall be thoroughly crimped to prevent water from 
entering of exiting. “If the service pipe is rigid 
threaded pipe, it shall be unscrewed from the curb stoo, 
and a pipe plug of the proper size shall be firmly 
installe 


d to prevent leakage. 


d. Before backfillinq, contractor shall.;call the Water 
Maintenance Service Department for inspection to verifv 
that] curb stop is "off" and to record disconnection, 
(minimum of two (2) hour notice for inspection - no 


inspection will be scheduled the same day if request is 


received after 2:30 p.m. No inspections made on Saturday, 
Sunday or Holidays). 
e. à inspection and upon acceptance, contractor shall 


fear 
properly backfill excavation and restore surface in 
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ment. 


f. Any damage to the Utility's facilities, due to the 
contractor's negligence, shall be repaired at the Contrac 
tor's expense. 


6. Contractor shall call for and receive at least two (2) 
inspections by the Allen County Building Department. The 
first inspection shall be made after the basement floor is 
broken and after the basement walls etc. are removed, as 
covered in item E-3, herein, and before any backfill is 
placed. 


The second inspection shall be made after the backfill is 
completed and all debris is removed from site. Backfill is 
to be graded reasonably high enough above surrounding grade 
that when the backfilled area settles, it will not pocket 
water. Final payment shall be withheld until after this 
inspection has proven the work is completed to specifications 


It shall be the contractor's responsibility to call for each 
of these inspections. Failure to do so shall constitute a 
violation of specifications and give justification for with- 
helding payment. 


7. Contractor shall be liable for any and all damage to 
curbs, streets, alleys and all other public property caused 
during demolition and removal of debris from site. 


8. Care must be taken to protect existing trees, overhead 
wiring and property markers. A ten (10) foot safety zone wil: 
be maintained between equipment and overhead wiring at all 
times. 


9. Contractor shall submit a letter from the owner of an 
approved dumping sits stating that the dump can legally accer: 
11 debris from the demolished buildings. 


10. Underground tanks present in areas shall be removed in 
accordance with the requirements of the City-County Building 
Department. Cisterns present in the demolition, area shall be 
found, uncovered, and filled by the contractor in accordance 
with the requirements for basements depending on location. 


a. When a structure to be demolished has an areaway under 
an adjacent sidewalk, street, alley, driveway or other 
paved thoroughfare, and said areaway is covered by a 
protective grating or door, that areaway must be filled tc 
a point even with the surrounding surface, with bank 
gravel, must be compacted the same as basements, as in 
paragrapa E-3, and the protective grating or door must be 
replaced and securely fastened to prevent casual removal. 


PS-J 
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an area in a clean manner. No debris is to be left scattered 


on site, 


The top 12" shall be backfilled with 8'Ssoil-suit- 


able for support of vegatation. 


12. Manhole and catch basin castings and fire hydrants shall 
be protacted and left intact. 


13. Fences shall be removed and posts broken off two (2) feer 
below grade. 


l4. The Bidder, as a part of his/her bid, Shall fill in the 
blank space in Paragraph "C" Stating how soon he/she can begi 


working. 


These figures will be taken into consideration at 


the time of the award of the contract. 


LS: AGO 


tine will structures or materials be burned, or anv 


fires permitted on site, 


l6. If the contractor who is awarded the contract subcontract. 
for labor, materials and/or machinery, such subcontracts 
snall be made known to Safe Ħousing in writing. ALI work 


performed 


bv subcontractors shall be the full responsibility 


of the primary contractor. 


17. The Enforcement Manager for Safe Housing shall meet the 
contractor at the property site before demolition begins. 
This is to insure that the proper structure(s) designated for 
demolition are identified. 


18. Final 
review by 
signature 





approval for payment shall be based on the site 
the Enforcement Manager of Safe Housing, andi? 
of the Administrator of Safe Housing. 
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BID REFERENCE £1344 
DEMOLITION AND LOT RESTORATION 


SAFE HOUSING 





LOCATION 
1. 3530 S. BARR 

2. 1437 E. BEWALD 

5. — SS BENATD 

4. 02107 GAY STREET 

5. +2332 GAY STREET 

6. “1407 HUGH STREET 
7. 322 KILLEA 

8. 5514 S. LAFAYETTE ST 
9. 523 E. LEITH STREET 

10. 2016 SEDDLEMEYER AVE 


J1.. 720 SUPERIOR STREET 


DEMOLITION 
HOUSE $/57 227 
HOUSE Era S 
HOBeE—&K-GAEAGE — анд 
HOUSE p ET 
HOUSE & GARAGE ыз 
HOUSE iugo. 
GARAGE $e A ue 


HOUSE & GARAGE IAR scd 


HOUSE $4 OLD 
e 

HOUSE & ACCESSORY BLOG. 222 5 22 ^ 

HOUSE PIP ESA 


TOTALS 


eee. 
gI © 95- 


LOT RESTORATION 


$2300 a ЕС 
APA ou Ie 
pee 2E 
een АЕ 
gate арр 

$ zig mE 
po M 

fi Ee т 
(197060 
rv ur emis 


$ =s 5 =< 


ELS 
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Prescrlbed by the State Board of Accounts Form No, 95 (Revised 1987) 


BID, OFFER OR PROPOSAL FOR SALE OR LEASE OF MATERIALS 


(Defined at I.C. 36-l-2-9.5) 
(Please type or print) 





Date: 
1, Governmental Unit: 
2. County: 
3, Bidder (Firm): 
Address: 

City/State: 
4. Telephone Number: 
9 Agent of Bldder (If applicable): 

Pursuant to notices given, the undersigned offers bld(s) to (Gov- 


ernmental Un!t) In accordance with the followIng attachment(s) whlch specifv the class or Item number or 
description, quantity, unit, unit price and total amount, N 


The contract will be awarded by classes or Items, In accordance with specifications, Any changes or 
alteratlons In the Items specifled wlll render such bid vold as to that class or Item, Bidder promises that 
he has not offered nor recelved a less price than the price stated In his bid for the materials Included In 
sald bld. Bldder further agrees that he will not withdraw his bid from the office In which It Is filled, А 
certlfled check or bond shall be filed with each bid If required, and Ilablilty for breach shall be enforce- 
able upon the contract, the bond or certifled check or both as the case may be, ; 


` 


STgnature of Bldder or Agent 


BIO OFFER OR PROPOSAL 


Attach’ separate sheet IIsting each Item bid based on specifications published by governing body. 
FollowIng Is an example ot the bid format: У 


Class ог Item QuantTty Unit Description Unit Price Amount 


NON-COLLUSION AFFIDAVIT 


STATE OF INDIANA ) 
25:595 
COUNTY ) 


The undersigned bidder or agent, being duly sworn on oath, says that he has not, nor has any other 
member, representative, or agent of the firm, company, corporation or partnership represented by him, 
entered Into any comblnatlon, colluslon or agreement with any person relative to the price to be bld by 
anyone at such letting nor to prevent any person from bldding nor to Induce anyone to refraln from bidding, 
and that this bid Is made without reference to any other bid and without any agreement, understanding or 
combInatlon with any other person In reference to such bidding. 


He further says that no person or persons, firms, or corporation has, have or will recelve directly 
or Indirectly, any rebate, fee, gift, commission or thing of value on account ot “such sale, 


Subscrlbed and sworn to before me this (o dav of 


My Commission Exolres: d | 





County of Resldence: M 





Koren $ «deckt 


tary Public Printed Name 
ACCEPTANCE 


There now belng sufflclent unobligated appropriated funds avallable, the contracting authoritv of 
(Governmental Unlt) hereby accepts the terms of the attached bid for 
classes or Items numbered and promises to pay the undersigned bldder upon delivery the price 
quoted for the materlals stipulated In sald bid. 


Contracting Authority Members : 


Date: 

















м uud 





MBE/WBE COMMITMENT FORM 


IHE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO THE MBE/WBE GOALS OF 
THE CITY FOR WORK DONE PURSUANT TO THIS CONTRACT: 


A. 








The undersigned firm certifies that it is an MBE/WBE 
Contractor (cross out inapplicable provision). 


For MBE specify percentage of minority ownership E. 


For WBE specify percentage of women ownership X. 





The undersigned certifies that they are a joint venture 
in which the following (MBE/WBE) firm 
(cross out inapplicable provision) is a joint venture 
partner. 





The MBE/WBE firm (cross out inapplicable provision), 
shall have % participation (employees) $ 
participation (costs) in this project. 





Specify the percentage of minority/women ownership in 
the MBE/WBE firm +. (Cross out inapplicable 
provision.) 

The undersigned commits fof the total bid price es 
a subcontract to minority business enterprise 
participation. The MBE firms, which are proposed as 
subcontractors, are the following: 


NAME OF FIRM ADDRESS TYPE OF WORX 


The undersigned commits t of the total bid price as 
a subcontract to women business enterprise 
participation. The WBE firms, which are proposed es 
subcontractors are the following: 
NAME Or FIRM ADDRESS TYPE OF WORX 
I. CISSE 


3* 5. фес, a ee ee all E ее А ЫЬ 
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"ATTACHMENT B 
THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO MINORITY/FEMALE HOURI 
UTILIZATION. 


A. The undersigned firm certifies that it will emplov and 
utilize minorities and females and/or will ensure that its 
subcontractors emplov and utilize minorities and females, so that 
minorities and females will work at least X of the total hours 
worked on this project. 


B. Complete (1) and (2) below if the hourly utilization figure 
set forth in "A" is less than 17%. 


qu My Company and its subcontractors cannot meet the 17% 
minimum hourly utilization figure for the following 
reasons: 

ERU RUPES A сузылу сыы. пыйы ur — АА 
EE E SMS ыс онза np Lape CoU CES He LE 
SRL iE Cha н soc e ^ sss 
UAE сыс чн L eo M Mee UR АЕ nei o н чашса 2 = 
23 My Company has taken the following steps in an attempt 


to comply with the 17% hourly utilization figure: 

A EDENDI i ORD CM NEN NNUS CoD UEM MH LE LLL ALL lE 
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(Attach additional sheets, if necessary.) 
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` ATTACHMENT C 


CERTIFICATION OF BIDDER/VENDOR 


The undersigned, on behalf of 


, does hereby make the following representations 





to the City of Fort Wayne, Indiana. 
 WHEREAS, it is acknowledged that the Common Council 
br the City of Fort Wayne, Indiana, has passed an ordinance con- 
. demning the apartheid policies of the country of South Africa; 
WHEREAS, Council's ordinance requires that all persons, 
firms or corporations submitting bids to the City, for goods and 
services, certify, as part of the bid, that such entity dees net 
support the policies of apartheid in South Africa. 
The undersigned states, on behalf of 


2H chat 








does not support or endorse the policy of apartheid in South Africa. 
IN WITNESS WHEREOF, this Certification has been signed 


this . day of SHS Ww. 


(Name of Bidder/Vendor) 


(Name and Title of Person Signing) 


PROLES Company Co з c ore OE ee 


Address... City 
Phone 








PAi. —- ——.-,T 
Identify by title and name the highest official within the facility who has the overall 
responsibility for the implementation of the Equal Employment Opportunity and Affirmative 
Action Program. 





ae EREMO лү карр алыр рылар даре: ЕЛЕЕ: аар арыр айланса 
PLEASE PRINT Title 


Dane ou ee eiiam Sigmavure MM 


L — Does your firm have a written Affirmative Action Program ? Yes No 





A. |f so, and it contains cnswers to the questions asked in this program, attach с Cop 
ana sign the Written Statement of Company Policy. | 


B. If not, do you qccapt the following program in meeting the requirements of the City 


of Fort Wayne P Yes No 





PLEASE KEEP IN MIND THAT FAILURE TO COMPLETE ALL SECTIONS OF THIS 
DOCUMENT WILL RESULT IN YOUR PROGRAM BEING REJECTED. 


2. .Will your firm make every effort to increcse employment cf minorities at ail levels of its 
workfores with particular emphasis to categories where few, if amy, minority people are 
amployed 2 Yes No 








3. Current number of empicyees 
Number cf emoloyees cs of October 1987 
and July 1988 





January 1988. April 1988 








4  Workforcs Analysis: EMPLOYEES 87 RACE/ETHNICITY/SEX 
tai BLX 
WAGE RATE OR xU 


J 
CLASSIFICATION SALART RANGE ( DESIGNATE ) 


Еме 


| 
| | 
| 
| 


| 
| 
| 
| 
| 
Pea сл Quoad c me IET BORMA 
nae 
| 
| 
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Handicapped: _______ es No List Number 


В Black (not of Hispanic Origin) Н – Hispanic (all persons of Mexican, Puerto Rican, Cuban, 
Al AN — American Indian or Alaskan 


"Сапта! or South Americon, or other Spanish culture of origin ) А 


Native АР! – Asian or Pacific Islanders F- Females 
OVER 3 
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"ATTACHMENT E 


CERTIFICATION 0F NON-SEGREGATED FACILITIES 


Each Bidder is required to file a fully executed 
Certificate of Non-Segregated Facilities once a year. 


CERTIFICATION OF NON-SEGREGATED FACILITIES 


The Bidder certifies that he does not maintain or 
provide for his employees any segregated facilities at any of 
his establishaents, and that he does not permit hís employees 
to perform their services at any location, under his control, 
where segregated facilities are maintained. The Bidder 
certifies further that he will not maintain or provide for 
his employees any segregated facilities at any of his 
establishments and that he will not permit his employees to 
perform their services at any location under his control 
where segregated facilities are maintained. The Bidder 
agrees that a beeach of this certification will be a 
violation of the Equal Opportunity clause in any contract 
resulting from acceptance of this bid. As used in this 
certification, the term “segregated facilities" means any 
waiting room, work area, restrooms and washrooas, restaurant 
or dressing areas, parking lots, drinking fountains, 
recreation or entertainment areas, transportation and housing 
facilities provided for employees which are segregated by 
explicit directive oc are in fact segregated on the basis of 
race, color, religion, or national origin, because of habit, 
local custom, or otherwise. The Bidder agrees that (except 
where the Bidder has obtained identical certification froa 
proposed subcontractors for specific time periods) he will 
obtain identical certification from proposed subcontractors 
prior to the award of subcontracts exceeding $10,000 which 
are not exempt from the provisions of the Equal Opportunitv 
clause and that he will retain such certifications in his 


files. 


NOTE: THE PENALTY FOR MAKING FALSE STATEMENTS IN OFFERS IS 
PRESCRIBED IN 18 U.S.C. 1001. . 


Date: 8 pg 


D — 


Name of Bidder 


By: 


_ O ———————— 


Title: 


а 


Official Address: (including zip code) 
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Олорор DOO POO DOANE 


AMERICAN STATES INSURANCE COMPANY 


INDIANAPOLIS, INDIANA 








BID OR PROPOSAL BOND 


Know all Men by these Presents, 


p e m Fort Wayne Indiana- ат а е Lp (hereinafter called the Principal), · 
as Principal, and AMERICAN STATES INSURANCE COMPANY (hereinafter called the 


Surety) , as Surety, are held and firmly bound unto... The City of Fort Wayne. 


-Dellars-and-15/100.— — —— Dollars ЕТЕ for the payment of which the Principal 


and the Surety bind themselves, their heirs, executors, administrators, successors and assigns, jointly 


and severally, firmly by these presents. 


SIGNED and SEALED this... 00000000 day of October  . . 19.88 , 


THE CONDITION OF THIS OBLIGATION IS SUCH, That, whereas the Principal 


has submitted or is about to submit a proposal to the Obligee on a contract ог 


The removal of 10 buildings. 


NOW, THEREFORE, if the said contract be timely awarded to the Principal and the Princi- 
pal shall, within such time as may be specified, enter into the contract in writing, and give bond, if 
bond be required, with surety acceptable to the Obligee for the faithful performance of the said con- 
tract, then this obligation shall be void; otherwise to zemamyn full force and effect. 
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GENEHAL POWER OF ATTORNEY 


American States Insurance Company 
INDIANAPOLIS, INDIANA 


KNOW ALL MEN BY THESE PRESENTS, that American States insurance Company, a Corporation duly organized and existing under the 
laws of tha State of Indiana, and having its principal office in the City of Indianapolis, Indiana, hath made, constituted and appointed, and does by 


these presents make, constitute and appoint ur E к сс SANA ы" гуне lc QUE S 






------222-22-2-2222-2-2-2-2-2-2-- JIMMIE T. IMEL AND SHIRLEY ANN MET es la сне И sees E EV T m 
Jointly or Severally) 
E Fort Wayne and State of Indiana 


its true and lawful Attorney(s)-in-Fact, with fuli power and authority hereby conferred in its name, place and Stead, to execute, acknowledge and 


deliver any and all bonds, recognizances, contracts of indemnity and other conditional or obligatory undertakings, rovided 


however, that the penal sum of any one such instrument executed hereunder shall 





not exceed ONE HUNDRED THOUSAND AND NO/100 ($100,000.00) DOLLARS-----------.__-___. 


and to bind the Corporation thereby as fully and to the same extent as if such bonds were signed by the President, sealed with the common seai of 
the Corporation and duly attested by its Secretary, hereby ratifying and confirming all that the said Attorney(s)-in-Fact may do in the premises. This 
Power of Attorney is executed and may be revoked pursuant to and by authority granted by Section 7.07 of the By-Laws of the American States 
Insurance Company, which reads as follows: 
"The Chairman of the Board, the President or any Vice-President shall have power, by and with the concurrence with the 
Secretary or any Assistant Secretary of the Corporation, to appoint Resident Vice-Presidents, Resident Assistant Secretaries 
and Attorneys-in-Fact as the business of the Corporation may require or to authorize any one of such persons tc execute, on 
behalf of the Corporation, any bonds, recognizances, Stipulations and undertakings. whether by way of Surety or otherwise" 
IN WITNESS WHEREOF, American States Insurance Company has caused these presents to be Signed by its Vice-President, attested by its 





Assistant Secretary and its corporate seal to be hereto affixed this — 15th — — day of. Apri 


A DS Aii AMERICA 


TAL S INSURANCE COMPANY 
(SEAL) 27 m VA - А 
B ⁄ 
ATTEST: 7 Ë 4 


— 
Assistant Vice-President 
Assistant Secretary 
STATE CF INDIANA } ss: 












COUNTV OF MARION 


On this BERE 17: WENN day Hoo Ape оре ee W A. D., m5 s before me personally came 


Alanson T. Abel . to me known, who 


being by me duly sworn, acknowledged the execution of the above instrument and did depose and say; that ho is a Vice-President of American 
States Insurance Company; that he knows the seal of said Corporation; that the seal affixed to the said instrument is such corporate seal: that it was 
so affixed by authority of the Board of Directors of said Corporation; and that he signed his name thereto under like authority. And said 


m N 
Alanson T . Abel further said that he is acquainted with Thomas M. Ober 
Assistant Secretary of said Corporation; and that he executed the above instrument. 


MY COMMISSION EXPIRES 2 
гебгиагу 14, 1924 — P л 
mone enm LOS UM NE OTI OEN etus ORDEN s a et 


My Commission Expires Notary Р, blic 
STATE OF INDIANA 1 ec. z^ 
COUNTY OF MARION š 


|, Thomas М, Obe ‚ the Assistant Secretary of AMERICAN STATES INSURANCE COMPANY, do hereby certify that 
the above and foregoing is a true and correct copy of a Power of Attorney, executed by said AMERICAN STATES INSURANCE COMPANY, which 


is still in full torce and effect. 
This Certificate may be signed and sealed by facsimile under and by the authority of Section 8.C3 cf the By-Laws of AMERICAN STATES 

INSURANCE COMPANY which reads as follows: 
"Ali policies and other instruments of insurance issued by the Corporation shall be Signed cn bshalf of the Corporation by the 
president or a vice-president and the secretary or an assistant secretary, whose signatures, if the insvurzeut is duly 
countersigned by an authorized representative of the Corporation, may be facsimiles. Such signatures and facsirniles thereof 
shaii be authorized and binding upon the Corporation notwithstanding the fact that any such officer shall have ceased to be such 
officer at the time such policy or other instrument of insurance shall have been actually issued by the Corporaticn." 


and knows him to be the 


H CN | b 5 
In witness whereof, l have hereunto set my hand and affixed the seal of said Corporation) this 228 iere ш day of. ҮСУ 2x NS 


sen ааш Ve or 


Form 9-1459 (8-80) Assistant Secretary 





INVITATION TO BID 
DEPARTMENT OF PURCHASING 
CITY OF FORT WAYNE, ALLEN COUNTY, INDIANA 
ONE MAIN STREET-ROOM 350 
PHONE 219-427-1101 


BID OPENING DATE OCTOBER 6, 1988 @ 11:00 AM BID REFERENCE # 1344 


BIDS SHOULD BE DELIVERED TO DEPARTMENT OF PURCHASING, ROOM 350, 
CITY-COUNTY BUILDING UP TO 11:00 AM ,ON OR BEFORE 
OPENING DATE. 


SEALED BIDS WILL BE OPENED PUBLICLY AT 11:01 AM IN THE 

BOARD OF WORKS AND SAFETY CONFERENCE ROOM ON THE THIRD FLOOR OF 

THE CITY-COUNTY BUILDING. "NO LATE BIDS WILL BE ACCEPTED AFTER 
11:00 AM FOR ANY REASON WHATSOEVER. ' 


S a ————————————————————————————————— 


THIS INVITATION FOR BID IS FOR _DEMOLITIONIIAND LOT RESTORATION 


OF ELEVEN STRUCTURES THROUGHOUT CITY OF FORT WAYNE +/- 
AND REQUESTED BY 








PLEASE RETURN THIS FORM AND/OR ANY OF THE OTHER FORMS AS REQUEST- 
ED AND HI-LIGHTED ON THE SHEET OF CONTENTS WITH YOUR SEALED BID. 


X SZ BID BOND OF ALL BIDDERS. 


THIS BID REQUIRES A X b 
X 100% PERFORMANCE BOND OF SUCESSFUL 


A 
THIS BID REQUIRES A 


BIDDER(S). 
PROMPT PAVMENT DISCOUNTS WILL BE ALLOWED AS FOLLOWS: we 
IF PAID WITHIN DAYS. 


THE CITY OF FORT WAYNE IS EXEMPT FROM FEDERAL EXCISE AND INDIANA 
STATE SALES TAX. THE CITY'S-INDIANA SALES TAX EXEMPTION CERTIFI- 
CATE NUMBER IS 356-001-255 0013, PRICES SHOULD NOT INCLUDE THESE 


TAXES. 


THE EXECUTION HEREOF BY THE BIDDER IS ACCEPTANCE-OF. ALL TERMS 

AND CONDITIONS HEREIN AND IN THAT REGARD THE BIDDER AGREES TO BE 
BOUND BY SAME AND BE BOUND TO THE AMOUNT OF HIS/HER BID FÜR A 
PERIOD OF NINETY (90) DAYS. 


FIRM мам el ioo Meet king, 
; ib STREE 74 ЖЕУ, 

СІТҮ T uM 

BY HONEZ/ 
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IGNATURE 24 nó. 


of signing the contract will be required, at his own expense, 
to furnish a bond guaranteeing faithful execution of the contract, 
in full amount of the contract price, executed by the bidder 
and a surety company admitted to do business in Indiana, on 
the bond fora provided or approved by the City. The Performance 
Bond shall contain the following clause: “The said Surety, 
for value received, hereby stipulates and agrees, that no change, 
extension of the time, alteration or addition to the terms of 
the contract or to the work to be performed thereunder, or the 
specifications accompanying the same, shall in any way affect 
its obligation on this bond, and it does hereby waive notice 
of any change, ‘extension of time, alteration or addition to 
the terms of the contract, or to the work or specification. 


d 13.  Councilmanic Approval and Ratification of Contract. 
is agreement, although executed on behalf of the City by the 
Mayor and the Purchasing Agent shall not be binding upon the 
City unless and until the contract has been ratified and approved 
by the Common Council of the City of Fort Wayne, Indiana. If 
the Common Council fails to approve the contract within ninety 
days after the date of bid opening, then the contractor shall 
not be bound to the contract unless he/she/it elects to be so 


bound. 


gecermnaton ct the damages that would be incurred by the City of Fat Wayne, and 
therefore provide for liquidated damages in the sum of $ per day as a 
reasonable estimate as to the damages which would be incurred by the City of Fort 
Wayne. The parties further agree that causes beyond the control of the contractor 
may delay the completion date. Therefore, the parties agree that delays in the 
completion date beyond the contral cf the contractor shall not result in the liquidated 
damages. 


Delays beyond the contral of the contractor can include but are not necessarily 
limited to, the following: Acts of God, strikes, lockouts ar industrial disturbances, acts 
of public enemies, restraining orders of any kind by the government of the United States 
of America cc the Government of any state or any of their departments, agencies, or 
officials, or апу civil ar military authority, insurrections, riots, landslides, earthquakes, 
fires, incapacitating starms, floods, and explosions. 


OPTIONAL RENEWAL 


/. / By mutual agreement between the City of Fert Wayne and the supplier, 
the contract period may be extended for an additional period not to exceed me (1) 
year. However, the agreement to extend must be completed in writing not less than 
fifteen (15) days prior to expiration date. The contract may be extended only at the 


same price and under the same conditions governing the ariginal contract. 
INSPECTION AND ACCEPTANCE 
а osi eh PD ML LM Lec d о ВОЯ 


Inspection and acceptance shall be conducted by the persons named below. Only 
these persons will have the authority to accept ar reject the bids. In the event the 
individual cr individuals listed below are no longer employed by the City c are no 
longer employed in the position stated, the person cr persons assuming their pcsitions 
will be responsible for the acceptance ar rejection. 


NAME TITLE 
Tom Morgan (219) 427-1324 Administrator Safe Housing 
— — s U `. 2 U U 2 7 22 naminisrraror Sate Housi 
TA Т; (279 271101 pr m 


Any questions pertaining to the Bid Package itself, should be directed to: 


(219)427-1101 


DOTTIE HANNEMAN SUPERVISOR 


5—2 


SCHEDULE 


The contractor agrees to furnish at his/her/its own cost all labor, insurance, 
materials, equipment, and power for the complete performance cf the projects. 


АП work will be performed in accordance with: the IFB, $ contract and the 
applicable plans, specifications, and drawings for a TOTAL PRICE in, L AD 
Gf unit prices are applicable, the contractor agrees to perform for these апы асна as 
set forth in the Schedule сё Unit Prices attached hereto.) The supplies shall be 


delivered as follows: 


——————— ÉL 
eee 
eee 

£ 7  Ligudated Damages Provision This clause will be applicable to this 


contract if the box contains a checkmark œ an "X", œ if required in specifications. 


LIQUIDATED DAMAGES IN TIME OF PERFORMANCE 


Actual damages for delays in completion are impossible to determine. 
Accordingly and as part of the consideration to enter into this transaction, the 
contractor agrees to be liable for also to pay to the City of Fat Wayne the sum of 
$ a day as liquidated damages for each calendar day of delay past 
the stipulated date of completion as shown cn the Request for Quotation, Contract or 
Purchase Order; Whichever may apply. This payment shall not limit the Citvs' right to 
collect cther damages. 





Any claim for an extensicn cf the date cf completion shall be based cn a written 
notice/request delivered to the owner within 5 days cf the occurance of the event 


giving rise/to the claim. 
Time of completion may only be altered by written approval from the owner. 
It is hereby agreed by and between the City cf Fart Wayne and contractor that 
time is cf essence c£ this agreement and the contractor agrees that it will complete the 
project as herein that it is a business and governmental necessity that the project be 


completed bv this date. The parties agree that in the event the project is not 
completed by this date that it will be difficult cr impossible to make an accurate 


5-1 





à 


l. The contractor shall, at his/her own expense, secure and 
pay to the appropriate department of the local government, th 
fees or charges for all permits required for demolition, 
sidewalks, sheds, pavement cuts and repaving of streets and 
sidewalks, and all other building, electrical, plumbing, gas 
and sewer permits necessary under the local regulatory body 
or any of its agencies. 


2. Wages paid on the project shall not be less than the scal. 
determined oy law. The contractor shall submit weekly, a 
duplicate copy of his/her payroll, for the duration of the 
job, to the Administrator of Safe Housing and Building 
Standards, to substantiate the payment of the wage scale. 


The contractor shall comply with the applicable laws and 


Ordinances governing the disposal of materials, debris, 


rubbish and trash on or off the area and shall commit no 
trespass on any public or private property in any operation 
due to or connected with the demolition and site clearance. 


The bidder must state how soon he/she can begin work, after 
the award of the contract. Within y days. 

The Safe Housing Enforcement Manager, shall be notified on the 
date of the start of demolition of each structure, and each 
structure shall be removed and site property cleared within 
five (5) calendar days after starting date on that structure. 
For failure to comply, the contractor will pay five percent 
(53) of the bid price per day per parcel as liquidated damages 
for each day that the work is not completed beyond five (5) 


.davs from the beginning of demolition of each structure, 


unless proper written approval of a longer completion period 
is obtained from the Safe Housing Enforcement Departent 
Administrator. 


The contractor hereby agr 


е o tie following details 
regarding the demolition c 


ese 

Z the above structures: 

l. Demolish and remove all building and appurtenances 
thereto. After demolition is started the Contractor is to 
worx on it continuously until completion unless otherwise 
stated in writing by the Safe Housing and Building Standards 
Administrator. 


2. Maintain control over operations to eliminate hazards to 
area residents. Nails and other tire puncturing items shall 
not be dropoed on streets, alleys and adjacent property. 
Existing public streets, curbs and sidewalks shall be 
protected from damage as much as possible. When possible, the 
contractor shall enter the properties to be cleared from the 


' 
rd 
ca 
1 
14 


protection of the public. Warning signs shall also be piace 
The contractor shall plan daily operations so that exposed 
basements are filled, if left unguarded, before the end of t: 
work day. 


3. The) basement walls and all other concrete slabs, footings 
sidewalks, steps, etc. shall be removed two (2) feet below 
finished grade. Material used for backfill shall consis- 

of solids only, wood content shall not exceed five percent 
(53) and backfill shall be compacted thoroughly. Basement 
floors shall be broken for a minimum of twenty percent (203) 
of floor area uniformly distributed. 


4. All sewer and drain lines shall be cut and plugged oy tH 
contractor in accordance with Exhibit C and shall be subject 
to inspection. — is the contractor's responsibility to 
schedule necessary inspections with the Water Pollution 
Control|Department. 


5. Procedure for disconnections of water service pipes by 
prrvate|contractor.: 


a. |Contractor shall obtain a right-of-way cut permit 
where applicable from the City Right-of-Way Permit 
Department, Room 780. 


b. |Contractor will obtain location of curb stop(s) from 
Water Maintenance and Service Department to determine 
location(s) for excavation (requires a minimum of twenty- 
four (24) hours advance request). The Water Maintenance 
and|Service Department shall send a laborer to locate the 
спе jCUurb'STAap and turn.it to tche olit position : 


c. |Contractor shall excavate at the point o£ disconnect 
from the curb RD. and shall cut the service pipe at a 


point one (1) fcot from the curb stop on the side leading 
to the proper- M If the service pipe is lead or cooper, 
it shall be thoroughly crimped to prevent water from 
entering or exiting. If the service pipe is rigid 
threaded pipe, it shall be unscrewed from the curd stop, 
and ја pipe plug of the proper size shall be firmly 
installed to prevent leakage. 


d. |Be£ore Lip Rer contractor shall call the Water 
Maintenance Se vice Department for inspection to verifv 
that curb stop is "off" and to record disconnection, 
(minimum of two (2) hour notice for inspection - no 
inspection will be scheduled the same day if request is 
recsived after 2:30 p.m. No inspections made on Saturday 
Sundav or Holidays). 


DNE 
rope 


r inspection and upon acceptance, contractor shall 
y backfill excavation and p ps iie Bussi: in 
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BID REFERENCE £1344 


DEMOLITION AND LOT RESTORATION 


SAFE HOUSING 





LOCATION 

dS 3550 S. BARR 

25 457 E. BEWALD 

Si 927 W. DEWALD 

4, 2107 GAY STREET 

De ООБА REET 

6; 1407 HUGH STREET 

35 522 KI EEA 

8. 551465  "LAPAXETWE ST 
9: 225 Es CENTAS STREET 
10. 2016. SEDDLEMEYER AVE 
11.527720 SUPERTOR STREET 


HOUSE 


HOUSE 


HOUSE & GARAGE 


HOUSE 


HOUSE & GARAGE 


HOUSE 


GARAGE 


HOUSE & GARAGE 


HOUSE 


HOUSE & ACCESSORY BLDG. 


HOUSE 


TOTALS 


DEMOLITION 

$4 3607 
Ф, 

с 
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LOT RESTORATION 


$ 3 zo. — 
$ JAOHD 


s Ż40. oy 
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РАГА L-OBD 


Prescrlbed by the State Board of Accounts Form No, 95 (Revised 1987) 


BID, OFFER OR PROPOSAL FOR SALE OR LEASE OF MATERIALS 


(Defined at I.C. 56-1-2-9.5) 
(Please type or print) 


1. Governmental Unit: 
2. County: 
3. Bidder (Firm): 
Address: 
City/State: 
4, Telephone Number: 
5. Agent of Bldder (1f applicable): 
Pursuant to notices given, the undersigned offers bld(s) to PA ) 70 Sa Z: (Gov- 
ernmental Unit) In accordance with the followIng attachment(s) whlch spec fy the class or Item number or 


description, quantity, unit, unit price and total amount. 


v 





The contract will be awarded by classes or Items, In accordance with speclflcatlons, Any changes or 
alterations In the Items speclfled wlll render such bid vold as to that class or Item. Bidder promises that 
he has not offered nor recelved a less price than the price stated In his bid for the materials Included In 
sald bid, Bldder further agrees that he will not withdraw his bid from the office In which It Is filed. A 
certifled check or bond shall be flled with each bid If required, and llabllity for breach shall be enforce- 
able upon the contract, the bond or certifled check or both as the case may be., j wa 





BID OFFER OR PROPOSAL 


Attach separate sheet I!sting each Item bid based on specificatlons published by governing body. 
Followlng !s an example ot the bld format: А 


Class or Item uantit Unit Description Unit Price Amount 
0 (Hi 4 7" dii en y 
| | p B s | 887772. 1 
estore ati / 


Biđ Hake 73 dd 
NON-COLLUSION AFFIDAVIT 


STATE OF INOIANA ) 
) SS: 
A ĊĊEJLEĠUNTI ) 


The undersigned bidder or agent, being duly sworn on oath, says that he has not, nor has any other 
member, representative, or agent of the firm, company, corporation or partnership represented by him, 
entered Into any combinatlon, colluston or agreement with any person relative to the price to be bid by 
anyone at such letting nor to prevent any person from bldd!ng nor to Induce anyone to refraln from bldd!ng, 
and that this bid 15 made without reference to any other bld and without any agreement, understanding or 
combination with any other person In reference to such bldding. 


He further says that no person or persons, firms, or corporation has, have or will receive directly 
or Indirectly, any rebate, fee, gift, commission or thing of value on account of such sale, | 
лесе Jie d^ 
JALLSA) а) Cs 
Bidder (Firm E 








Agent 





- Subseribad and sworn to before me this Q tR day of : i 19 Z p : 
My Commi vengan Exolres: / -9 д) ЭВА : Z < | lanna 
: : otary 


: Public 
County of Resldence: Qs 





| B A D К, бл» 
Angela K. Parnin, Notary Public Notary Public Printed Name 
Resident ci Allen County 
My commission expires January 9, 1989. ACCEPTANCE 


There now belng sufficient unobligated appropriated funds avallable, the contracting authoritv of 
(Governmental Unit) hereby accepts the terms of the attached bid for 


classes or Items numbered and promises to pay the undersigned bidder upon dellvery the price 
quoted for the materlals stTpulated In sald bid, 


Contracting Authority Members: 


Date: 














MBE/WBE COMMITMENT FORM 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO THE MBE/WBE GOALS OF 
THE CITY FOR WORK DONE PURSUANT TO THIS CONTRACT: 


ża 


A. 





B. AP 


The undersigned firm certifies that it is an MBE/WBE 
Contractor (cross out inapplicable provision). 


For MBE specify percentage of minority ownership / O4 t. 


For WBE specify percentage of women ownership 5. 





The undersigned certifies that they аге а joint venture 
in which the following (MBE/WBE) firm 
(cross out inapplicable provision) is a joint venture 
partner. 





The MBE/WBE firm (cross out inapplicable provision), 
shall have % participation (employees) $ 
participation (costs) in this project. 





Specify the percentage of minority/women ownership in 
the MBE/WBE firm &. (Cross out inapplicable 
provision.) 


The undersigned commits  /(2 $ of the total bid price. às 
a subcontract to minority business enterprise 
participation. The MBE firms, vhich are proposed as 
subcontractors, are the following: 

NAME OF FIRM ADDRESS TYPE OF WORK 


E. Gai 6 $ fo un IL- LU ⁄ & 
о Barres Const d C 2Ppstc. 


SURE [uU UU TIEN QA NEON. DUM IE ODE l АЗЕ ее 


Cone RELE 





LI 


The undersigned commits E t of the total bid price as 
a subcontract to women business enterprise 
participation. The WBE firms, which are proposed as 
subcontractors are the following: 


NAME OF FIRM ADDRESS TYPE OF WORX 


OVER 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO MINORITY/FEMALE HOURI 
UTILIZATION. 


A. The undersigned firn certifies that it vill employ and 
utilize minorities and females and/or will ensure that its 
subcontractors employ and utilize minorities and females, so that 
minorities and females will work at least ГЕ? sx of the total hours 
worked on this project. 





B. Complete (1) and (2) below if the hourly utilization figure 
set forth in "A" is less than 174. 





д> My Company and its subcontractors cannot meet the 17% 
minimum hourly utilization figure for the following 
reasons: 

Ace RE A Е Т MEMMIUS c, E SS SAZ: Ade S: Misc Бы 
ala Pa EA aS 
AE a TA Se: a A гс L 
С ааа A a MA ET шне сш 
2% My Company has taken the following steps in an attempt 


to comply with ‘the 17% hourly utilization figure: 


(Attach additional sheets, if necessary.) 


ЭТЕ ЗАА ee Qa qe UNE e c RT E 


ATTACHMENT C 
CERTIFICATION OF BIDDER/VENDOR 





The undersigned, on behalf of SSE OSE Likes 
(в. 


, does hereby make the following representations ГА 






to the City of Fort Wayne, Indiana. 
.WHEREAS, it is acknowledged that the Common Council 
of the City of Fort Wayne, Indiana, has passed an ordinance con- 
, demning the apartheid policies of the country of South Africa; 
WHEREAS, Council's ordinance requires that all persons, 
firms or corporations submitting bids to the City, for goods and 


services, certify, as part of the bid, that such entity does not 


support the policies of apartheid in South Africa. 






; The undersigned states, on behalf of 





, that 
does not supporf or endorse the policy of in South Africa. 


IN WITNESS duy ġe o this Certification has been signed 


this. Z дау of ; 19 ЁЙ 








ARVET ILS OY Тл 


(Name and Title of Person Signing) 









AFFIRMATIVE ACTION PROGRAM 
Name of Compan a taraq а LU POLE 
Address ў 
1 


zu emo ACID gro CINE a ур ЫР DES 


Identity by title and name the highest official within the facility who has tha overall 
responsibility fcr the implementation cf the Equal Employment Opportunity and Affirmative 


Action Program. 
jA у гу v Xe D Ios rr 
š: Title 














PLEASE PRINT 
Dare eof Л £ Sigserure ы 
L. Does your firm have a written Affirmative Action Program ? Yes | Y — No 


A. If so, and it contains cnswers to the questions asked in this program, attach с. cocy 
and sign the Written Statement of Company Folicy. | 


B. If not , do you accapt the- following program in meeting the requirements of the City 
of Fort Wayne? _ "^ Yes ча . 

PLEASE KEEP IN MIND THAT FAILURE TO COMPLETE ALL SECTIONS OF THIS 

OOCUMENT WILL RESULT IN YOUR PROGRAM BEING REJECTED. 


2. .Will your firm make every effort to increcse employment cf minorities at all leveis cf its 
workforcs with particular emphasis to categories where few, if спу, minority people are 
emoloyed P.  — Tes Ne 


3. Current number cf empicyees — 23 
Number cf emoloyees as of October 1987 iċ 
and July 1988 








«C 
January 1988 AL April 1988 J 





EMPLOYEES BY RACE/ETHNICITT/SEX 


ra eee OTHER 
(CESIGNATE ! 


«qr Pawel Pewee Rot М |Р 


4  Workforca Analysis: 


| 

| 

| 

| 
[i дг | 
| 
ЕЕ 
| 

| 


| 
| 
| 
| 





ltem s ka ELT Í 


Handicapped: | Yes LO No List Number A tt ME 


B- Black (not of Hispanic Origin) M — Hispanic (all persons of Mexican, Puerto Rican, Cubon, 
Cantrai or South Americon, or other Spanish culture cf origin) Al, AN – American Indian or Alaskan 
AP! - Asian or Pacific Islanders F- Females 


OVER d 


Native 


protection of the public. Warning signs shall also be piace 
The contractor shall plan daily operations so that exposed 
basements are filled, if left unguarded, before the end of t: 
work day. 


3. The) basement walls and all other concrete slabs, footings 
sidewalks, steps, etc. shall be removed two (2) feet below 
finished grade. Material used for backfill shall consis- 

of solids only, wood content shall not exceed five percent 
(53) and backfill shall be compacted thoroughly. Basement 
floors shall be broken for a minimum of twenty percent (203) 
of floor area uniformly distributed. 


4. All sewer and drain lines shall be cut and plugged oy tH 
contractor in accordance with Exhibit C and shall be subject 
to inspection. — is the contractor's responsibility to 
schedule necessary inspections with the Water Pollution 
Control|Department. 


5. Procedure for disconnections of water service pipes by 
prrvate|contractor.: 


a. |Contractor shall obtain a right-of-way cut permit 
where applicable from the City Right-of-Way Permit 
Department, Room 780. 


b. |Contractor will obtain location of curb stop(s) from 
Water Maintenance and Service Department to determine 
location(s) for excavation (requires a minimum of twenty- 
four (24) hours advance request). The Water Maintenance 
and|Service Department shall send a laborer to locate the 
спе jCUurb'STAap and turn.it to tche olit position : 


c. |Contractor shall excavate at the point o£ disconnect 
from the curb RD. and shall cut the service pipe at a 


point one (1) fcot from the curb stop on the side leading 
to the proper- M If the service pipe is lead or cooper, 
it shall be thoroughly crimped to prevent water from 
entering or exiting. If the service pipe is rigid 
threaded pipe, it shall be unscrewed from the curd stop, 
and ја pipe plug of the proper size shall be firmly 
installed to prevent leakage. 


d. |Be£ore Lip Rer contractor shall call the Water 
Maintenance Se vice Department for inspection to verifv 
that curb stop is "off" and to record disconnection, 
(minimum of two (2) hour notice for inspection - no 
inspection will be scheduled the same day if request is 
recsived after 2:30 p.m. No inspections made on Saturday 
Sundav or Holidays). 


DNE 
rope 


r inspection and upon acceptance, contractor shall 
y backfill excavation and p ps iie Bussi: in 


tO (D 
Hy (t 
r^ (D 


de) 
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ATTACHMENT E 


CERTIFICATION OF NON-SEGREGATED FACILITIES 


Each Bidder is required to file a fully executed 
Certificate of Non-Segregated Facilities once a year. 


CERTIFICATION OF NON-SEGREGATED FACILITIES 


The Bidder certifies that he does not maintain or 
provide for his employees any segregated facilities at any of 
his establishments, and that he does not permit his employees 
to perform their services at any location, under his control, 
where segregated facilities are maintained. The Bidder 
certifies further that he wíll not maintain or provide for 
his. employees any segregated facilities at any of his 
establishments and that he will not permit his employees to 
perform their services at any location under his control 
where segregated facilities are maintained. The Bidder 
agrees that a breach of this certification will рез a 
violation of the Equal Opportunity clause in any contract 
resulting from acceptance of this bid. As used in this 
certification, the term "segregated facilities" means any 
waiting room, work area, restrooms and washrooms, restaurant 
or dressing areas, parking lots, drinking fountains, 
recreation or entertainment areas, transportation and housing 
facilities provided for employees which are segregated by 
explicit directive or are in fact segregated on the basis of 
race, color, religion, or national origin, because of habit, 
local custom, or otherwise. The Bidder agrees that (except 
where the Bidder has obtained identical certification froa 
proposed subcontractors for specific time periods) he will 
obtain identical certification from proposed subcontractors 
prior to the award of subcontracts exceeding $10,000 which 
are not exempt from the provisions of the Equal Opportunitv 
clause and that he will retain such certifications in his 


files. 


NOTE: THE PENALTY FOR MAKING FALSE STATEMENTS IN OFFERS IS 
PRESCRIBEO IN 18 U.S.C. 1001. ` 


Date: / 9 / fx erue £f 
ей. Ad A CI OX. 


Name of Bidder 










By: 








ae AS 
Official Address: (including zip code) 
A x 2 2 


: 4 беда Е Р шй 


` 


Title: oz 





Fags ae 


PROPOSAL AND BID SURETY FORM REFERENCE 21355 
: SE UA S аа у кее s е 88 
PROPOSAL:. BID DATE: 10/6/ 
In compliance with the foregoizz invitation to bid and subject to zll of the conditions thereof the undersigned offers 
and agrees. if this bid is accepted within a reasonable time from date of opening of bids, to enter into a coższet insac- 
cord=nce with the prices stated terein. - 


The Legal Advertisement, General Conditions, Instructions to Biċiers, Informztion for Biċċers, Specizl Conditions, 
Speciiications, and Plans 2»plying form a part of this proposal. 


This proposal is supported by tke following bid Surety as required by law and signatures iffixed thereto constitute 
both a proposal and bid surety executed by the bidder. 


SID SURETY (REQUIRED BY LAW): 
BOND FORM: (USE THIS BOND FORM—NO ALTESNATZ FORS OF BOND WILL BE CONSIDERED). 


KNOW ALL MEN BY THESZ PRESENTS, THAT we, the undersigned, zre held and firmiż bound unto the City 


of Гог: Wayne, State of Indiana, in the sum of S PERCENT (53) OF THE AMOUNT. з 7 


: ġe OF THE ACCOMPANYING BID------ Ф Dollars, 
` to be paid on demand to said City of Fort Wayne, its successors and assigns for which’ paymen! well and truly to be 


1220е, we hereby bind ourselves, our heirs, successors, executors, and 2aċminirkratora, joiztl; and severally tirmly by 





these prasconts. 


The concition of this obligation is such that if the bid or proposal attached hereto and made 2 part hereof and submitted 
to the within named division of the City of Fort Wayne or its duly constituted agent, is accepted and 2 contract 2warded 
to the undersigned bidder and the said bidder shall within ten (10) days after notice of said award enter into a coniz2ect 
with tke said City of Fort Wayne, State of Indiana, and shall secure tke performance of the seme by bond or otherwise 
85 mar be required to the satisfaction of the City of Fors Wayne, Inci2na then this obligation shall be null and void; 
otkerwise to be in full force ard ezfect, : OK Evo 


Я i ħa *POrats surety is furnished. it is necessary 
BID CHECK (ALTERNATE FORM OF SURETY): "thats certiricut, authorizing the -attorney-iacface~ 
Certified Q fo sig the bond actompanying the same. 


Cashiers Check No. in the sum of sss ы NR E : 
"UV NN ee SE S 


of [ TU AE CCS === RE i. Е СИР I 71, 


is herewith submitted and ċeposited in lieu of bond under the same terms and conditions as set forth in the above bond. 
Note: If Check is used гз Bid Surety—Attech here. 














— —Á 

















JACKSON WRECKING COMPANY >: 


——— ..... -— -— 


Name of Biézer—2:ize гре 


Ce 


Fava Authorized to Sira 


BIDDER 
усе чайы Pes ret | Tide 00000 / 
L 





SIGNATURES (ZID SURETY AND PROPOSAL): 


Witnesses by: 
‘OTHER PARTIŻS IN 


THIS PROPOSAL š 
(See 14—Sigzatures endir General Conditons, eic) | 














t — MM 





ESTED IN PRINCIPA : 
R. R. #4, Box 529 
ооз ы е E 


Stree? Name zat Мес 


List all Parties if Partnership Rochester, IN. 46975 : 
ШЕ ИЛ pte. nee nme rection Р ee SE ee cO es 
10/6/88 ; 


patet у уус 
SEE COVER LETTER ç 
THE OHIO CASUALTY INSURANCE COMPANY 


t À— ae —À — oe — = ... 





—— — 


Naze of Company — Print or Z; 


Incorporated 
1 la the State of: 





V/itzessed by: 

U ary i 

Gloria F. Schaekel | Address, 6515 E. 82nd St., 
зы 








| CERTIFIED COPY OF POWER OF ATTORNEY | 
THE OHIO CASUALTY INSURANCE COMPANY 


HOME OFFICE, HAMILTON, OHIO 
No. 21-293 





Жиш All Men by Theme Prrsents: That THE OHIO CASUALTY INSURANCE COMPANY, in pursuance 
of authority granted by Article Vi, Section 7 of the By-Laws of said Company does hereby nominate, constitute and appoint: 


James W. Funk, Jr. or Mabel E. Lee - - - - - - - - of Indianapolis, Indiana - - - - 


its true and lawful agent and attorney —in-fact, to make, execute, seal and deliver for and on its behalf as surety, and as 
its act and deed any aad all BONDS, UNDERTAKINGS, and RECOGNIZANCES, not excoeding in any single instance 


ONE MILLION mpm mic -— e eq qs s m wc M Er noa Lid. же эр dr da m ($ 1,000,000.00 - ) Dollars, 
excluding, however, anv bond(s) or undertaking(s) guarantecing the pavment of notes and interest thereon 


And the execution of such bonds or undertakings in pursuance of these preeents, shall be as binding upon said Company, 
as fully and amply, to all intents and purposes, as if they had been b executed and ла арага a by the regularly 


elected officers of the Company at its office in Hamilton, Ohio, in their own proper persona. 
The authority granted hereunder supersedes any previous authority heretofore granted the above named attorney (s)-in-fact. 


In WITNESS WHEREOF, the undersigned, officer of the said The Ohio Casualty 
ré hame and affixed the Corp 
a lċth 


Asst. Secretary, 













Insurance Compeny has hereunto subscribed 
said The Ohio Casualty Insurance Comp 





STATE OF OHIO, | ss 
COUNTY OF BUTLER š: 
On this 14th day of January AS DE 19:05 T 


the subscriber, a Notary Public of the State of Ohio, in and for the County of Butler, duly commissioned and qualified, came 
2 ~- 2 of THE OHIO CASUALTY INSURANCE COMPANY, to me 


Richard T. Hoffman, Asst. Secretar aT. 
personally known to be the individual and officer described in, and who executed the preceding instrument, and he acknow- 
ledged the execution of the same, and being by me duly sworn deposeth and saith, that he is the officer of the Company 


aforesaid, and that the seal affixed to the preceding instrument is the Corporate Seal of said Company, and the said Corporate 
Seal and his aignature as officer were duly affixed and aubscribed to the said instrument by tha authority and direction of the 


said Corporation. 
IN TESTIMONY WHEREOF, | have hereunto set my hand and affixed my Official 













ази, 
"e ? al Seal at the City of Hamilton, State of Ohio, the day and year first above written. 
š REPR TEES Bo et SIAL dab o Irt P G... ра 
2 Notary Public in and for nty of Butler. State of Ohio 


s^ apes 
Nai 


December 24,1989 


$9e96e70220000c0029000000200200000222 52209955. e ec 





My Commission expir 





This power of attorney is granted under and by authority of Article VI, Section 7 of the By-Laws of the Company, adopted by 
its directors on April 2, 1954, extracts from which read: 


"ARTICLE VI” 

"Section 7. Appointment of Attorney-in-Fact, etc. The chairman of the board, the president, any vice-president, the 
secretary or any asaistant secretary shall be and is hereby vested with full power and authority to appoint attornevs-in-fact 
for the- purpose of signing the name of the Company as surety to, and to execute, attach the corporate seal, acknowledge 
and deliver any and ail bonds, recognizances, stipulations, undertakings or other instrumenta of suretyship and policies of 
insurance to be given in favor of any individual, firm, corporation, or the official representative thereof, or to any county 
or state, or any official board or boards of county or state, or the United States of America, or to any other political sub- 
division.” 

This instrument is signed and sealed b 
Company on May 27, 1970: 

“RESOLVED that the signature of any officer of the Company authorized by Article VI Section 7 of the by-laws to appoint 
attorneys in fact, the signature of the Secretary or any Assistant Secretary certifying to the correctness of any copy of a 
power of attorney and the seal of the Company may be affixed by facsimile to any power of attorney or copy thereof issued 
on behalf of the Company. Such signatures and seal are hereby adopted by the Company as original signatures and seal, 
to be valid and binding upon the Company with the same force and effect as though manually affixed." 


y facaimile as authorized by the following Resolution adopted by the directors of the 





D 


CERTIFICATE 


I, the undersigned Assistant Secretary of The Ohio Casualty Insurance Company, do hereby certify that the foregoing powe 
of attorney, Article VI Section 7 of the by-laws of the Company and the above Resolution of its Board of Directors are tru 


and correct copies and are in full force and effect on this date. 


IN WITNESS WHEREOF, I have hereunto set my hand ! the seal of the Company this 6th day of Oct A.D., 19 88 





alee / 
uM y 
Assistant Secretary 


S-4300-C 12.80-3M 


INVITATION TO BID 
DEPARTMENT OF PURCHASING 
CITY OF FORT WAYNE, ALLEN COUNTY, INDIANA 
ONE MAIN STREET-RQOM 350 
PHONE 219—427—1101 


BID OPENING DATE OCTOBER 6, 1988 @ 11:00 AM BID REFERENCE Ħ 1344 


BIDS SHOULD BE DELIVERED TO DEPARTMENT OF PURCHASING, ROOM 550, 
CITY-COUNTY BUILDING UP TO 11:00 AM ‚ОМ OR BEFORE 
OPENING DATE. 





SEALED BIDS WILL BE OPENED PUBLICLV AT 11:01 AM IN THE 

BOARD OF WORKS AND SAFETY CONFERENCE ROOM ON THE THIRD FLOOR OF 

THE CITY-COUNTY BUILDING. "NO LATE BIDS WILL RE ACCEPTED AFTER 
1LIOO CDP O: ` FOR ANY REASON WHATSOEVER. ' 


THIS INVITATION FOR BID IS FOR  DEMOLITIONi'ANB LOT RESTORATION 
OF ELEVEN STRUCTURES THROUGHOUT CITY OF FORT WAYNE +/- 


AND REQUESTED BY 


PLEASE RETURN THIS FORM AND/OR ANY OF THE OTHER FORMS AS REQUEST- 
ED AND HI-LIGHTED ON THE SHEET OF CONTENTS WITH YOUR SEALED BID. 


THIS BID REQUIRES ñ X S% BID BOND OF ALL BIDDERS. 

THIS BID REQUIRES A X 100% PERFORMANCE BOND OF SUCESSFUL 
BIDDER(S). 

PROMPT PAYMENT DISCOUNTS WILL BE ALLOWED AS FOLLOWS: hone 7. 
IF FAID WITHIN . күрг DAYS. 


THE CITY OF FORT WAYNE IS EXEMPT FROM FEDERAL EXCISE AND INDIANA 
STATE SALES TAX. THE CITY'S INDIANA SALES TAX EXEMPTION CERVIEL— 
CATE NUMBER IS 356-001-2558 0013, PRICES SHOULD NOT INCLUDE THESE 


TAXES. 


THE EXECUTION HEREOF BY THE BIDDER IS ACCEPTANCE OF ALL TERMS 

AND CONDITIONS HEREIN AND IN THAT REGARD THE BIDDER AGREES ТО BE 
BOUND BY SAME AND BE BOUND TO THE AMOUNT OF HIS/HER BID FOR A 
PERIOD OF NINETY (90) DAYS. 


FIRM Nameżichard Ness ixeuv. & Trkg. Co. , inc 


STREET ADDRESS s» üitziield ot. 
CITY uusvAngton,ÍN 46799 





Prescrlbed by the State Board of Accounts Form No, 95 (Revised 1987) 


BID, OFFER OR PROPOSAL FOR SALE OR LEASE OF MATERIALS 


(Def Ined at I.C. 56-1-2-9.5) 
(Please type or print) 








Dato: October 6, 19880 
1. Governmental Unit: City of Fort Wavne-Dept., of Lkurche singt 
. County: allen 
3. Bidder (Firm): Richard Ness Exeav. & trke. бо, y Inc, 
Address: ii Hitzfield ot. 
Clty/State: iluntington, IN 46750 
4. Telephone Number: 672-9596 





5. Agent of Bidder (If applicable): 


Pursuant to notlces glven, the underslgned offers bld(s) to itv EUIS (Gov- 
ernmental Unit) In accordance with the followIng attachment(s) which ARP the class or item number or 
description, quantity, unit, unit price and total amount, 





` The contract will be awarded by classes or Items, In accordance with specifications. Any changes or 
alterations In the Items speclfled will render such bid vold as to that class or Item, Bidder promises that 

he has not offered nor recelved a less price than the price stated In his bid for the materlals Included in 

sald bid, Bldder further agrees that he will not withdraw his bid from the office In which It Is filled, A 
certifled check or bond shall be filed with each bid If required, and llabliity for breach shall be enforce- 

able upon the contract, the bond or certifled check or both as the case "mi be. 1 
on ors 

ZA Ek 

B 


Signature o ddér or Agent 







lresident 


BID OFFER OR PROPOSAL 


Attach. separate sheet 115+1п9 each Item bld based on specificatlons published by governing body, 
Followlng Is an example ot the bid format: 


Class.or Item Quantity Unit Description Unit Price Amount 


NON-COLLUSION AFFIDAVIT 


STATE OF INDIANA ) 
° 259 
Huntingtomoynty ) 


`The underslgned bidder or agent, belng duly sworn on oath, says that he has not, nor has any other 
member, representative, or agent of the flrm, company, corporatlon or partnership represented by him, 
entered Into any comblnatlon, colluslon or agreement with any person relative to the price to be bid by 
anyone ât such letting nor to prevent any person from bldding nor to induce anyone to refraln from bidding, 
and that this bid Is made without reference to any other bid and without any agreement, understanding or 
combination with any other person In reference to such bidding. 


He further says that no person or persons, flrms, or corporation has, have or wil! recelve directly 
or Indirectiy, any rebate, fee, gift, commission or thing of value on account of such sale, 


Richard Ness Lhxcav,  Trkg, Co, Inc, 
Bldder (Firm) 


«== 
Signature of Bidder or Agent Ll resident 


-  Subscrlbed and sworn to before me this Gth day of Uctoher 19 88, 
My Commission Exolres: Dec, 5, 1990 A 
й š 9 otary Pub 
County of Residence: Huntington 


deith L, steele 
Notarv Public Printed Name 


ACCEPTANCE 


There now belng sufflclent unobligated appropriated funds avallable, the contracting authority of 
(Governmental Unit) herebv accepts the terms of the attached bid for 
classes or Items numbered and promises to pay the undersigned bidder upon dellvery the price 
quoted for the materlals stipulated In sald bid, 
Date: 





Contracting Authority Members: 


DEMOLITION AND LOT RESTORATION 


BID REFERENCE #1344 


SAFE HOUSING 





LOCATION 
Y. 25530 S; BARR 

2. 437 E. BEWALD 

3. 927 W. DEWALD 

4. 2107 GAY STREET 

5. 2332 GAY STREET 

6. 1407 HUGH STREET 

7. 950,522 КЫ БА 

8... /3314:8. LAFAYETTE ST 
9. ©. 525 E. LEITH STREET 
10. 2016 SEDDLEMEYER AVE 
71. 720 SUPERIOR STREET 


HOUSE 


HOUSE 


HOUSE & GARAGE 


HOUSE 


HOUSE & GARAGE 


HOUSE 


GARAGE 


HOUSE & GARAGE 


HOUSE 


HOUSE & ACCESSORY BLDG. 


HOUSE 


TOTALS 


DEMOLITI ON 
$ » 133.00 
$ 4 166 no 
$ 2,666,00 
$ 1,333,09 
$ 2,153.00 
$ 2,390,00 
$ 590.00 


$ 


2,609.00 
$ 2,789.00 
$ 1,789,00 


q BeBe s Ааа 


$ 1,952.00 


$ 29,204.00 


LOT RESTORAT!ON 


$ 200.00 
$ 200.00 
$ 200.00 
$ 200.00 
$ 200,00 
$ 100.00) 
$ 200.00 
$  z00.00 


$ 200,00 


$ 100.00 


$ 2,000.00 


SCHEDULE 


The contractor agmees to furnish at his/her/its own cost all labor, insurance, 
materials, equipment, and power for the complete performance cf the projects. 


AIL work will be performed in accordance with: the IFB, this contract and the 
applicable plans, specifications, and drawings for a TOTAL PRICE $ 25,484.00 3 
(if urit prices are applicable, the contractor agrees to perform for those unit prices as 
set forth in the Schedule of Unit Prices attached hereto.) The supplies shall be 
delivered as follows: 











l- 7  Liguidated Damages Provision This clause will be applicable to this 
contract if the box contains a checkmark ar an "X", cr if required in specifications. 


LIQUIDATED DAMAGES IN TIME OF PERFORMANCE 
л 


Actual damages for delays in completion are impossible to determine. 
Accordingly and as part cf the consideration to enter into this transaction, the 
contractor agrees to be liable for also to pay to the City cf Fart Wayne the sum of 
$ gere ee a day as liquidated damages for each calendar day cf delay past 
the stipulated date cf completion as shown сп the Request for Quotation, Contract cr 
Purchase Order; Whichever may apply. This payment shall not limit the Citys' right to 
collect other damages. 





Any claim for an extension of the date of completion shall be based cn a written 
notice/request delivered to the owner within 5 days of the occurance of the event 
giving rise/to the claim. 

Time cf completion may only be altered by written approval from the owner. 

It is hereby agreed by and between the City cf Fart Wayne and contractor that 
time is of essence оё this agreement and the contractor agrees that it will complete the 
project as herein that it is a business and governmental necessity that the project be 


completed by this date. The parties agree that in the event the project is not 
completed by this date that it will be difficult сє impossible to make an accurate 


5-1 


MBE/WBE COMMITMENT FORM 


IHE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO THE MBE/WBE GOALS Or 
THE CITY FOR WORK DONE PURSUANT TO THIS CONTRACT: 


À. > 





The undersigned firm certifies that it is an MBE/WBE 
Contractor (cross out inapplicable provision). 


For MBE specify percentage of minority ownership 





For WBE specify percentage of women ownership _51 $. 


The undersigned certifies that they are a joint venture 
in which the following (MBE/WBE) firm 

(cross out inapplicable provision) is a joint venture 
partner. 


The MBE/WBE firm (cross out inapplicable provision), 
shall have % participation (employees) 5 
participation (costs) in this project. 


Specify the percentage of minority/women ownership in 
the MRE/WBE firm 5i $. (Cross out inapplicable 
provision.) 


The undersigned commits T. $&sof the total. bid ‘price <s 
a subcontract to minority business enterprise 
participation. The MBE firms, which are proposed as 
subcontractors, are the following: 


NAME OF FIRM ' ADDRESS TYPE OF WORX 


H 


Uxfdine Trucking Ç 





The undersigned commits t of the total bid price as 
a subcontract to women business enterprise 
participation. The WBE firms, which are proposed es 
Subcontractors are the following: 

NAME Or FIRM ADDRESS TYPE OF WORX 


Ee oui A a u EM 


OVER 


UMAQLDSURKILII/PILCLALGI MNVURNJI ӘД бъ AMAT , 


ATTACHMENT `B 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO MINORITY/FEMALE HOURI 
UTILIZATION. 


A. The undersigned firm certifies that it vill employ and 
utilize minorities and females and/or will ensure that its 
subcontractors employ and utilize minorities and females, so that 
minorities and females will work at least 17 $ of the total hours 
worked on this project. 


B. Complete (1) and (2) below if the hourly utilization figure 
set forth in "A" is less than 17%. 


Ta My Company and its subcontractors cannot meet the 17% 
minimum hourly utilization figure for the following 
reasons: ме will try to increas lx £ id : 


2 a 






and ionen businesses when neede 





— u a L£ p 


2. My Company has taken the following steps in an attempt 
to comply with the 17% hourly utilization figure: 


Ve will use Uxendine Wrucli a4 Mii 








CONTRACTOR: 


z 


buc L-2 





Its: resident 


CERTIFICATION OF BIDDER/VENDOR 


The undersigned, on behalf of  lichard Ness Zxeav, & Tri. Co. ис 





, does hereby make the following representations 





to the City of Fort Wayne, Indiana. 

.WHEREAS, it is acknowledged that the Common Council 
of the City of Fort Wayne, Indiana, has passed an ordinance con- 
demning the apartheid policies of the country of South Africa; 

WHEREAS, Council's ordinance requires that all persons, 
firms or corporations submitting bids to the City, for goods and 
services, certify, as part of the bid, that such entity посао 
support the policies of apartheid in South Africa. 

The undersigned states, on behalf of rola Ness ixcav. e 


Жүккө Ġor y Ines , that ilichard Ness, President 





does not support or endorse the policy of apartheid in South Africa. 


IN WITNESS WHEREOF, this Certification has been signed 


this въ day of ee ‚ 19 sg. 


Richard Ness Ихсау. ф Trig. CÓ.,X1nc. 
(Name of Bidder/Vendor) 





(Name and Title of Person Signing) 
liresident 


AFFITMALIVE ALIIUN PRUGKAM 


Name of Company. itichard Ness Шхсау, < trk. Co.,Inc. 





Address zc Hitotioi City Tert A iN 
Zip 46750 А Phone 012-2206 





Identify by title and name the highest official within the facility who has the overall 
responsibility for the impiementation of the Equai Employment Opportunity and Affirmative 
Action Program. 


Richard Ness ‚ President 








PLEASE PRINT Title 





Dare October 0, 1988 S/gsarure 


l. Does your firm have a written Affirmative Action Progrom ? Yes XX No 


A. |f so, and it contains cnswers to the questions askad in this program, attach C cops 
and sign the Written Statement of Company Policy. 


B. If not, do you accept the following program in meeting the requirements of the City 
of Fort Wayne г Xx Yes No $ 


PLEASE KEEP IN MIND THAT FAILURE TO COMPLETE ALL SECTIONS OF THIS 
DOCUMENT WILL RESULT IN YOUR PROGRAM BEING REJECTED. 


2. .Will your firm make every effort to increcse employment of minorities at qil levels of its 
workforces with particular emphasis to categories where few, if спу, minority people cre 
employed P? _ X Yes No 

3. Current number of empicyees 27 0 
Number cf emoloyees сз of, October 1987. is January 1988 12. April 1988 E 
and July 1988 138. 








4 . Workforca Analysis: EMPLOYEES BY RACE/ETHNICITY/SEX 


108 WAGE RATE OR Ги Гах | ‘н ' gne 
CLASSIFICATION | saLARY rance | TOTAL и ге [s Is Те Тее ( DESIGNATE } 


üwner- President | 92300/week — ; i ju | ; | 
| 
| 





Vice-iresident Ч | | T | | | 

Operators $8.00/hr. 3 rate tan IR INS 

Truck Drivers $7 .90/hr. 2 3 | | | 

Uffice workers | U180/week | 2 та | | | | | | 

laborers | әб .00/ к, | 4 4 | | | | | | 
| 


| 
| 
| 
| | 
| | | 
| | 


Handicapped :1 70 yes — x No List Number 14 


B- Black (not of Hispanic Origin) _H — Нізрапіс (all persons af Mexican, Puerto Rican, Cuban, 
Cantrai or South Americon, or other Spanish culture cf origin) Al _AN American Indian or Alaskan 
Native AP! - Asian or Pacific Islanders F- Females 


OVER ° 
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CERTIFICATION OF NON-SEGREGATED FACILITIES 


Each Bidder is required to file a fully executed 
Certificate of Non-Segregated Facilities once a year. 


CERTIFICATION OF NON-SEGREGATED FACILITIES 


The Bidder certifies that he does not maintain or 
provide for his employees any segregated facilities at any of 
his establishments, and that he does not permit hís employees 
to perform their services at any location, under his control, 
where segregated facilities are maintained. The Bidder 
certifies further that he will not maintain or provide for 
his employees апу segregated facilities at any of his 
establishments and that he will not permit his employees to 
perform their services at any location under his control 
where segregated facilities are maintained. The Bidder 
agrees that a breach of this certification will be a 
violation of the Equal Opportunitv clause in anv contract 
resulting from acceptance of this bid. As used in this 
certification, the tera "segregated facilities" means any 
waiting room, work area, restrooms and washrooas, restaurant 
or dressing areas, parking lots, drinking fountains, 
recreation or entertainment areas, transportation and housing 
facilities provided for employees which are segregated by 
explicit directive or are in fact segregated on the basis of 
race, color, religion, or national origin, because of habit, 
local custom, or otherwise. The Bidder agrees that (except 
where the Bidder has obtained identical certífication froa 
proposed subcontractors for specific time periods) he will 
obtain identical certification from proposed subcontractors 
prior to the award of subcontracts exceeding $10,000 which 
are not exempt from the provisions of the Equal Opportunity 
clause and that he will retain such certifications in his 


files. 


NOTE: THE PENALTY FOR MAKING FALSE STATEMENTS IN OFFERS IS 


PRESCRIBED IN 18 U.S.C. 1001. ` 
Date: _ October ti; L-ABE, - 


Richard Ness Lxeuv. & Trig Сос ЫС» 





Title: 


rresident 


Official Address: (including zip code) 
zi Hitzfield ot. 


У ваа Ро йз ЫНЫР ЧЕ кы л FI 


Huntington, IN 40759 





` _ contract documents with good and sufficient surety for the foithf 


== Transamerica Transamerica ‘Insurance Company 
ir 


A Stock Company / Home Office: Los Angeles, Cauforr 
Insurance Services 


Bid Bond 


A ТОЛО ee 


Approved by The American Institute of Architects 
À.l.A. Document No. A-310 (Februory 1970 Edition) 


KNOW ALL MEN BY THESE PRESENTS, thot we RICHARD NESS EXCAVATING & TRUCKING, INC. 


as Prindi pol, hereinafter colled the Principal, and TRANSAMERICA INSURANCE COMPANY, a cor 


under the laws of the State of California, as Surety, hereinafter called the Surety, 


City of Fort Wayne 


poration duly organiz 
are held firmly bound unto 


as Obligee, hereinofter called the Obligee, in the sum of 


Five Per Cent (52) of Maximum Bid--- 


for the payment of which sum well ond truly to be made, 





Dollars (gu 
the said Principal and the soid Surety, bind ourselves, our heir 


executors, administrators, successors and assigns, jointly and severally, firmly by these presents. 


WHEREAS, the Principal has submitted a bid for 


Demolition of Eleven Structures 


NOW, THEREFORE, if the Obligee shall accept the bid of the Principal and the Principal shall enter into a contract wi 
the Obligee in accordance with the terms of such bid, and give such bond or bonds as may be specified in the bidding 
ul performance of such contract and for ihe Prompt payme 
of labor and material furnished in the Prosecution thereof, or in the event of the failure of the 
contract and .give such bond or bonds, if the Principal shal! 


hereof between the amount specified in said bid and such larg 
with another porty to perform the work covered by said bid, th 
in full force and effect. 


Principal to enter sv: 
pay to the Obligee the difference not to exceedthe penal 
er amount for which the Obligee may in good faith contra 
en this obligation shall be null and void, otherwise to rema 


Signed and sealed this. 6th day of: October A.D. 19 88 


` RICHARD NESS EXCAVATING & TRUCKING, INC. |. T 


Principol 



















: : : ' Title 
YASTE, -ZENT & RYE AGENCY, INC. Transamerica Insurance Company 


Xu з TP 


By: 


Attorney -in-F act 


1 : 
583 i (8/1 


A STOCK Company / mome UTTIGB. LOS Anges. Lalrornia 


lili ‘Insurance Services 
Power of Attorney 


'KNOW ALL MEN BY THESE PRESENTS: 
That TRANSAMERICA INSURANCE COMPANY, a corporation of the State of California, does hereby make, consti- 
tute and appoint --- Gerald A. Dahle, John J. Pikel, Donald T. Belbutowski, or Diane T. Green, 
each individually of Fort Wayne, Indiana--- 


its true and lawful Attorney(s)-in-Fact, with full power and authority, for and on behalf on the Company as surety, to 
execute and deliver and affix the seal of the Company thereto, if a seal is required, bonds, undertakings, recognizances or 
other written obligations in the nature thereof, as follows: --- any and all bonds or undertakings 
UNLIMITED in amount, in any single instance, for or on behalf of this Company in 
its business, and in accordance with its charter,--- 


and to bind TRANSAMERICA INSURANCE COMPANY thereby, and all of the acts of said Attorney (s)-in-Fact, pursuant to 
these presents, are hereby ratified and confirmed. 
This appointment is made under and by authority of the following by-laws of the Company which by-laws are now in full 
force and effect. 
ARTICLE VII і 

SECTION 30. All policies, bonds, undertakings, certificates of insurance, cover notes, recognizances, contracts of 
indemnity, endorsements, stipulations, waivers, consents of sureties, re-insurance acceptances or agreements, surety and 
co-surety obligations and agreements, underwriting undertakings, and all other instruments pertaining to the insurance 
business of the Corporation, shall be validly executed when signed on behalf of the Corporation by the President, any Vice 
President or by any other officer, employee, agent or Attorney-in-Fact authorized to so sign by (i) the Board of Directors, (ii) 
the President, (iii) and Vice President, or (iv) any other person empowered by the Board of Directors, the President or any 
Vice President to give such authorization; provided that all policies of insurance shail also bear the signature of a Secretary, 
which may be a facsimile, and unless manually signed by the President or a Vice President, a facsimile signature of the 
President. A facsimile signature of a former officer shall be of the same validity as that of an existing officer. 

The affixing of the corporate seal shall not be necessary to the valid execution of any instrument, but any person 
authorized to execute or attest such instrument may affix the Corporation’s seal thereto. 
This Power of Attorney is signed and sealed by a facsimile under and by the authority of the following resolution adopted 
by the Board of Directors of the Company at a meeting duly called and held on the 17th day of October 1963. 

"Resolved, That the signature of any officer authorized by the By-laws and the Company seal may be affixed 

by facsimile to any power of attorney or special power of attorney or certification of either given for the execu- 

tion of any bond undertaking, recognizance or other written obligation in the nature thereof; such signature 

and seal, when so used being hereby adopted by the Company as the original signature of such officer and the 

original seal of the Company, to be valid and binding upon the Company with the same force and effect as 

though manually affixed.” 

IN WITNESS WHEREOF, TRANSAMERICA INSURANCE COMPANY has caused these presents to be signed by its 
proper officer and its corporate seal to hereunto affixed this 21st day of July ,19 87 


Уо 
Ву 


n. Tanner, Vice President 





State of California ) s 
County of ) 
Onthis 21st day of July ,1987 before me Hazel Yamasawa, a Notary Public in and for the 


said County and State, residing therein, duly commissioned and sworn, personally appeared J.H. Tanner personally known to 
me (or proved to me on the basis of satisfactory evidence) to be a Vice President of TRANSAMERICA INSURANCE COM- 
PANY the corporation whose name is affixed to the foregoing instrument; and duly acknowledged to me that he knows the 
seal of said Corporation; that the seal affixed to the said instrument is such corporate seal; that it was so affixed pursuant to 
authority given by the Board of Directors of said corporation and that he signed his name thereto pursuant to like authority, 
and acknowledges same to be the act and deed of said corporation. 


isi Hide hic eaae cessat) . Ar 2 2 <= RA e 
P. Е OFFICIAL SEAL 2 * А 
LHP HAZEL YAMASAWA : 


20) NOTARY PUBLIC- CALIFORNIA 
j PRINCIPAL OFFICE IN 

n LOS ANGELES COUNTY 
Lw ноп Expires Sepi. 30, 1988 


т АТ К ш 






ILI TIT 
LITET TTT 


Hazel Yamasawa, Notary Public 
in and for the County of Los Angeles, California 


E 


1719 D 6-86 


(Continued) 


I, W.G. Freeman, Assistant Vice President of Transamerica Insurance Company, do hereby certify that the Power of Attorney 
herein before set forth is a true and exact copy and is still in force, and further certify that Section 30 of Article VII of the 
By-Laws of the Company and the Resolution of the Board of Directors, set forth in said Power of Attorney are still in force. 
In testimony whereof | have hereunto subscribed my name and affixed the seal of the said Company this 6th . day of 


October ,19 88. 
wW p A 


W.G. Freeman, Assistant Vice President 





* 


Read the first time in full and on motion by 47 — z s > 
seconded by V tid ¿c= ; and duly adopted, réad the second time by 
BY tE i 


title and referred to the Committee on 






due legal notice, at the Council Conferen 
Fort Wayne, Indiana, on 
OL jt l9 


DATED: EA ey 


Read the third time in full and on motion by Z¿Z¿c Z A 
seconded by pne ; and duly adopted, placed on its : 


passage. PASSED BEST. by the following vote: 

NAYS ABSTAINED ABSENT 
TOTAL VOTES 
BRADBURY 
BURNS 
GiaQUINTA 
HENRY 
LONG 
REDD 
SCHMIDT 


STIER 


ШШ 


TALARICO 


Cig a RE ML Og To eee o SERERE ЗНА ly ) ^ HIE SS A 
DATED: /- 2 2 РР See E A 
SANDRA E. KENNEDY, CITY CLE 


Passed and adopted by the Common Council of the City of Fort Wayne, 


Indiana, NE oo i um нк эр 
(SPECIAL) (ZONING MAP) ORDINANCE RESOLUTION NO. J CAE 


on the с? a —4ay of M rto Bed) 2:38 РР $ 


FA Z // ATTEST SEAL ener m ГЕ P 
aU. аре By СО м 
M ru Lr c / ^ 


SANDRA E. KENNEDY, CITY CLERK PRESIDING OFFICER 









Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 


the AS tL day of — = Е 19477 


at the hour of 2:4 o'clock eM, E; S.P. 


s 


SANDRA E. KENNEDY, CITY CLERK 





Approved and signed by me this TIK day of ее 7 


19 ER гає the hour'of 4:5 o'clo А С ар 
MM 


PAUL HELMKE, MAYOR 


DIGEST SHEET 


TITLE OF ORDINANCE: Special 


due edem 





DEPARTMENT REQUESTING ORDINANCE: Purchasing 


SYNOPSIS OF ORDINANCE: An ordinance approving the award of 
Reference No. 1344 with respect to the demolition and lot 
restoration of seven (7) houses/garages for the Safe Housing & 
Building Standards Department. The costs reflect the lowest and 
most responsible vendors. 


EFFECT OF PASSAGE: City neighborhoods will benefit as a number 
of unsafe and unsightly structures will be eliminated. 


EFFECT OF NON-PASSAGE: There will be a continuation of unsafe 
and unsightly structures blighting the neighborhoods in and 
around Fort Wayne. 


MONIES INVOLVED: Richard Ness $7067.00 
Ron Lunz $4365.00 
Jackson Wrecking $3395.00 
SOURCE OF FUNDING: Safe Housing & Building Standards 


Fund Line: 173-008-UBF3-4415 
174-008-UBF4-4415 





AA n < == CHARLES B. REDD 


BIEL NO: Ss-88-10919 


REPORT OF THE COMMITTEE ON FINANCE 


WE, XOUR COMMITTEE ON ee TO WHOM WAS 





REFERRED AN (ORDINANCE) (REBSXBXXON) approving the 


==. жыл шаша Cade CI ac ULM NER n 
awarding of Reference 41344 by the City of Fort Wayne, 
Indiana, by and through its Department of Purchasing and 
Richard Ness Excavating & Trkg. Со. Inc., Ron Lunz Excavating 
-Aicnarg wess excavating & Trkg. Co.) Inc., Ron Lunz Excavating 


and Jackson Wrecking Co. for the Safe Housing & 





ing Standards Department 

















HAVE HAD SAID (ORDINANCE) (RESOLUTION) UNDER CONSIDERATION 
AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 


(ORDINANCE) (RESOLUTION) Z 


YES NO 


V a c) DONALD J. SCHMIDT 
Do CHAIRMAN 














9 EŻ, NIE CHAIRMAN 
1. SAMUEL Ј. TALARICO 


JAMES S. STIER EE TU MEL s 






ET G. BRADBURY 


PA a eae 








CONCURRED IN 


z (4 at 


PAN / Ё Ker ++ 
эз JOX 


J 
/ l- 
L / 





Sandra E. Kennedv. 
City Clerk 


